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Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs Schedule: RIDOT publishes an updated schedule to identify key milestones 
for the life of the project. Initial budget reflects the budget at the time the for a project. Advertise is when the contract documents are complete and 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) the project is advertised for bids. Notice to Proceed (NTP) is when the 
was provided to the Contractor. If Initial Budget is blank it is because the construction contract is awarded and work may commence (the date of 
project is pre-NTP. Projected budget is the current budget at the close of the purchase order). Site Active estimates when construction activities will 
the current quarter. Difference displays any variance (+/-) between the physically begin for the project. Complete identifies the point in time at 
Initial Budget and the Projected Budget. Projects trending under budget which the project may be deemed substantially complete, and ready for use 


will be highlighted in green, those trending over budget will be highlighted by the general public. Completed phases will be shown with full dates and 
red. shaded fields. Status identifies the current phase the project is in: Design, 


Advertise, In Construction, & Substantially Complete. 
Spent: Provides the actual values billed to the project to date. 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design NA $0.203 NA $0.158 
Construction $15.300 $15.956 $0.656 $15.460 


Other NA $3,115 NA $2,966 Anticipated Completion at NTP: ae 


# of months late: 


ad ae Rey (30.765) ate % Construction Change Order: 2% 
= - - Design as Percent of Construction: NA 
on ee ie eee ~ Other as Percent of Construction: 20% 

Design: Includes costs for design contractor/consultant Performance 

Construction: Includes costs for construction contractor services Anticipated Completion at NTP: Identifies the substantial completion 
Other: Includes costs for right-of-way acquisitions, utility work, date which was established at the Notice to Proceed (NTP) phase 
project oversight # of Months Late: Displays the difference between the Anticipated 
Contingency: Budgeted value to be utilized to address unforeseen Completion at NTP with the current Schedule Complete date. 
issues. Contingency value is a reflection of the risk remaining on the Positive values indicate that the project is behind schedule and are 
project. highlighted in red; negative values indicate that the project is ahead 
Budget Contingency: At notice to proceed, budget contingency is of schedule and are highlighted in green. 

typically set at 5% of low bid. % Construction Change Orders: Ratio of the value of approved 
Schedule Contingency: At notice to proceed, schedule contingency is change orders versus the original contract award value 

typically set at 10% of the contract duration. Deviations from this Design as percent of Construction: Ratio of the budget values for 
standard may occur due to winter shutdown. Winter shutdown Design versus Construction 

typically takes place from December 15 from April 15 but is weather- Other as percent of Construction: Ratio of the budget values for Other 
dependent. costs for producing the project versus Construction. 


Total budget estimate to deliver the project. 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s systems to track schedule, budget and asset related activities. 


Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) 
Comingled Design: Historical financial information for Design costs were not tracked to the project level. As of 2015, all new Design contract costs are tracked to each 
individual project, and RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not 
possible to identify design costs at the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. 
Design Build Contracts - Design build contract funding allocation appears as follows: Design consultants that generate the Advertising documents will be reflected in 
the Design line, the Contractor/Design team will be reflected as one total in the Construction line. Additionally, the time for a design-build contract to be awarded 
from advertisement to NTP is anticipated to take between 6-8 months. 

Note: All dollar values are in millions and rounded to the nearest $100,000.00. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


On Time On Budget Change Orders 
Status Color Status Color Range 


On-Time 
0-6 months behind 
6-12 months behind 


9 
On-Budget a 
Over Budget Seale 
10%+ 
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Advertise NTP 


FFY16 
BRIDGE 
Budget Spent 

Initial Projected Difference To Date 
Design $0.171 $0.186 $0.015 $0.141 
Construction S5.700 $5.829 $0.129 $5.306 
Other $1.885 $1.819  (S0.066) $2.116 
Contingency $0.431 $0.353 ($0.078) $0.000 
Total 58.187 58.187 57.563 
PTSID: 0113U TYPE: BRIDGE Legacy 


Complete 


Schedule: [16-Dec-15 | 23-Mar-16 | 22-May-18 | 
Anticipated Completion at NTP: 31-Aug-18 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: 3% 
Other as Percent of Construction: 31% 


Budget Spent 

Initial Projected Difference To Date 

Design $0.400 $0.451 $0.051  $0.408 

Construction 52.400 52.440 $0.040 $2.236 

Other $1.376 $1.088  (S0.288) $1.023 

Contingency $0.100 $0.077. ($0.023) $0.000 

Total $4.276 $4.056 $3.667 
PTSID: 0153E TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.275 $0.479 $0.204 $0.322 

Construction $4.900 $5.592 $0.692 $4.513 

Other 53.970 $3.208  ($0.762) $2.088 

Contingency $0.245 $0.110 ($0.135) $0.000 

Total $9.390 $9.390 $6.923 
PTSID: 0145B TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.310 $0.385 $0.075  $0.180 

Construction $5.000 $5.000 $0.000 $3.552 

Other $2.167 $2.104 (S0.063) $0.914 

Contingency $0.263 $0.250 (S0.013) $0.000 

Total $7.739 $7.739 $4.645 
PTSID: 0183B TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.166 $0.126 ($0.040) $0.113 

Construction $3.375 $3.375 $0.000 $3.182 

Other $2.824 52.980 $0.156 $2.575 

Contingency $0.126 $0.000 ($0.126) $0.000 

Total $6.491 $6.481 $5.870 
PTSID: 0144E TYPE: BRIDGE Legacy 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: 18% 
Other as Percent of Construction: 45% 


Advertise NTP 


Complete 


Schedule: [30-Sep-16 | 02-Mar-17 
Anticipated Completion at NTP: 31-May-21 
# of months late: 
% Construction Change Order: 12% 
Design as Percent of Construction: 9% 
Other as Percent of Construction: 57% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 3% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 42% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Aug-18 
# of months late: 
% Construction Change Order: -4% 
Design as Percent of Construction: 4% 
Other as Percent of Construction: 88% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-16 
Design S0.400 S0.430 $0.030 $0.393 
Construction $1.205 $1.205  $0.000 $1.176 te : 
Other $1,142  $1.118  ($0.024) $0.968 er ena ede Ue ete eu: a 
Contingency $0.060 $0.054  ($0.006) $0.000 Cet pee Ghonee Orden 3% 
ote) $2.807 $2.807 $2.537 Design as Percent of Construction: 36% 
ea SN We EIR: PEeaCy Other as Percent of Construction: 93% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-16 | 22-Dec-16 | 05-Oct-18 
Design $0.350 $0.375 $0.025 $0.093 
Construction $2.629 $2.709 S0.079 $2.683 a : . 
Other $1.615  $1.620 $0.005 $1.251 ee ae NIE: peR Eva 
Contingency $0.131 $0.022  ($0.110) $0.000 oF CanetricHon Change Gider: 1% 
Tot $4,726 $4,726 $4.027 Design as Percent of Construction: 14% 
Ploy LTE IVES: BEIGE Pregey Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Sep-16 (Se=Sep=18. 
Design $2.516 $2.516 $0.000 $0.644 
Construction $9.387 $9.387 $0.000 $9.281 ee , : eae 
Other $2.675  $2.672 —_($0.003) $1.052 Ae ee aa ees sau e 
Contingency $0.469 $0.469 $0.000  $0.000 of CG AGEICHCN chane Order AY, 
Uae $15,047 $15,044 $10.977 Design as Percent of Construction: 27% 
eUIEs ee UM sao: pee) Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.859 $0.934 S0.075 $0.533 
Construction $5.700 55.700 S$0.000 $5.664 oe ; ; dasa 
Other $2.031 $1.985 ($0.047) $0.963 ee eee: eae Es 
Contingency $0.285 $0.257  ($0.029) $0.000 oe Paneteueiian Change Oder 11% 
Total $8.875 $8.875 $7.160 Design as Percent of Construction: 16% 
iicec essai THEE: BRIDGE Lebeey. Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [01-Mar-16 
Design $0.895 $0.916 $0.021 S0.870 
Construction $8.168 $8.268 $0.100 $8.256 ae : 
Other $2.294  §2.414 $0.120 $2.134 a bi isienre ald EN pamela 
Contingency $0.385 $0.144  (S0.241) $0.000 oF Ce nCUC ian crane Order: 7% 
iota) $11,742 $11,742 $11.260 Design as Percent of Construction: 11% 
ISEB ELS USES ESE: Pas) Other as Percent of Construction: 29% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [23-Sep-16 | 21-Dec-16 | 20-Nov-17 
Design S0.180 $0.236 $0.056 $0.201 
Construction $1.927 $2.128 $0.201 $2.128 4 : : ; - 
Other $1.040  $0.616 ($0.424) $0.586 eee eee le 
Contingency $0.096 $0.000 (S$0.096) $0.000 Gon cciciGh change Onien To 
Total $3.243 $2.981 $2.915 Design as Percent of Construction: 11% 
pieib, bet2t PE BRIDGE LSeaGy Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.250 $1.265 $0.015 $1.440 
Construction $16.971  $16.975 $0.004 $16.514 ae P : ere 
Other $2.913  §2.898  ($0.015) $3.669 ul abseil aii abe RAO 
Contingency S0.763 $0.759  (S0.004) $0.000 Bacar eeian change Gide 0% 
ioral $21.897 $21.897 $21,623 Design as Percent of Construction: 7% 
PIRES GEL Wg EPI: EEO! Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [22-Jul-16 Pomaircriy 
Design $0.159 $0.159 S0.000 $0.135 
Construction 50.500 S0.500 S0.000 $0.450 Bo : . : . 
Other $0.642  $0.204 ($0.437) $0.179 een aut eer MS 
Contingency $0.025 $0.023 (S0.003) $0.000 Be Canstructicn change Grdse 0% 
otal $1,325 30.885 30.764 Design as Percent of Construction: 32% 
PPE porn NEE EBGE Eeeacy Other as Percent of Construction: 41% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: HGP ie-van= iyi le=sep-19 
Design $1.200 $1.262 $0.062 $1.015 
Construction $7.700 $8.124 $0.424  $7.588 reed ; ? Poets 
Other $4.174  $3.553  ($0.621) $2.744 vee ee als eee 
Contingency $0.385 $0.000 (S$0.385) $0.000 Car ener crenee Otien 8% 
Total $13.459 $12,940 $11,347 Design as Percent of Construction: 16% 
PIER Ges UMASS ELIE pEeEcy Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [31-Aug-16 | 29-Nov-16 | 09-Oct-18 
Design S0.200 $0.200 S0.000 $0.186 
Construction $1.700 $1.700 $0.000 $1.681 -_ . ; ples 
Other $1.549  $§1.557 $0.008 $0,824 eee pee: REESE 
Contingency $0.085 $0.077. ($0.009) $0.000 oe Coren Change Sider 0% 
Total $3.534 $3.534 $2.691 Design as Percent of Construction: 12% 
EDSIBe BiG ee BREE LeBacy Other as Percent of Construction: 92% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 28-Jun-16 | 08-Jun-18 
Design S0.300 $0.301 $0.001 $0.114 
Construction S4.500 $4.500 S0.000 $4.414 ae : : Pee 
Other $1.531 $1555 §0.024 §1.473 erena ede Uneaten aENTE ate cohe te 
Contingency $0.250 $0.225  ($0.025) $0.000 Cet pee change Orden 1% 
ote) $6.581 $6.581 $6.001 Design as Percent of Construction: 7% 
PTSID: O168E VGES BISIBISIs SaRaay Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: eSAuge lo) 
Design $2.941 $3.222 $0.281  $3.078 
Construction $15.200 $12.880 ($2.320) $12.770 Ss F . 3 - 
Other $2.368 $1,692 ($0.676) $1.749 ek ae Nts REM Poe 
Contingency 50.760 $0.000 (S0.760) $0.000 9° Construction Change Order 30% 
Total $21,269 $17.794 $17.597 Design as Percent of Construction: 25% 
EIRIE O003N IVE: RIESE Peay Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Aug-16 | 02-Aug-17 | 14-Dec-18 
Design S0.350 $0.350 S0.000 S0.361 
Construction $1.300 $1.710 $0.410 $1.812 ay : : cane 
Other $1.069  $1.069  $0.000 $§1.058 Ae re aa hes ae 
Contingency S0.106 $0.000 (S0.106) $0.000 of CG AGEICHCN chen Giese 16% 
Use $2.825 $3.129 $3.231 Design as Percent of Construction: 20% 
UIE ES UN See EPS: Eoeaey Other as Percent of Construction: 62% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [01-Mar-16 | 13-Jun-16 | 17-Sep-16 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.201 $0.201 $0.000 $0.186 ot . ; er 
Other 0.122  $0.110 _($0.012) $0.056 ee Gene aes 
Contingency $0.055 $0.055 $0.000 $0.000 Be CaneeGCHO Charge Geek 0% 
Total $0.378 $0.366 $0.243 Design as Percent of Construction: NA 
Pisibe 04° TIDE PERE NING Legacy Other as Percent of Construction: 55% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [09-Mar-16 | 15-Jun-16 | 
Design S0.000 $0.000 S0.000 S0.000 
Construction $0.197 $0.197 $0.000 $0.177 ae : ; nee 
Other $0.333  $0.333 + $0.000-~—-$0.074 ERS a eete BEE pleats 
Contingency $0.025 $0.025 $0.000 $0.000 oo Construction Change Order: 0% 
Vere) $0.555 $0.555 $0.250 Design as Percent of Construction: NA 
PIE EN UMass OPER AMIN Reece Other as Percent of Construction: 169% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [09-Mar-16 | 14-Jun-16 J 17-Sep-16 
Design $0.000 $0.000 $0.000 $0.000 
Construction $0.202 $0.202 $0.000 $0.185 a : ; — 
Other $0.223 $0.223 + $0.000-~—-$0.160 pple tan tN aaa eee pistes 
Contingency $0.024 $0.024 $0.000 $0.000 SF ea arenen change Sree 0% 
Total $0.449 $0.449 $0.344 Design as Percent of Construction: NA 
pial bs nOney TPES DEERING Legacy Other as Percent of Construction: 110% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.010 $0.010 S0.000 $0.000 
Construction $0.658 $0.658 $0.000 $0.508 eas ; : oe 
Other $0.474 §0.474 ~—-$0.000-—-$0.431 ul tse tases abe atlas 
Contingency $0.008 S0.008 S$0.000 $0.000 Bacar eeian change Grdee "13% 
Uae $1.150 $1.150 $0.939 Design as Percent of Construction: NA 
PUR Ut UES ORSINI EGE! Other as Percent of Construction: 72% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [LO1-Nov-15_ 
Design S0.100 $0.500 S0.400 $0.188 
Construction $6.000 $6.195 $0.195 $6.005 oe : . renee 
Other $0.969  $0.290 ($0.679) $0.016 ee eee eet ple 
Contingency $0.315 $0.000 (S$0.315) $0.000 BF Canstructicn Change Grdse 0% 
otal $7.384 36.985 36.210 Design as Percent of Construction: 8% 
PISIES Die2e EE Orch aais Legacy Other as Percent of Construction: 5% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 $0.000 
Construction $1.185 $1.185 $0.000 $1.144 ae : b pees 
Other $0.403  $0.403  $0.000 $0,118 ene aoe papas SEV 
Contingency $0.040 50.040 $0.000  $0.000 Seater etan aan Orden 3% 
Total $1,628 $1,628 $1.262 Design as Percent of Construction: NA 
eee obesG hes ea DTS EEEACy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 16-Mar-16 | 02-May-16 | 27-Oct-17 
Design $0.000 $0.000 $0.000 (S0.018) 
Construction 52.400 52.080 (S0.320) $2.069 ects , : . 7 
Other $0.538 $0.685  $0.147 $0,638 ee pee: eae 
Contingency $0.090 $0.005  ($0.085) $0.000 oe Coren Change Sider "17% 
Total $3.028 $2.770 $2,689 Design as Percent of Construction: NA 
ESE apis DE ees LeEacy Other as Percent of Construction: 33% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Mar-16 | 16-Jun-16 | 16-Nov-17 
Design $0.000 S0.000 $0.000 $0.000 
Construction $3.143 53.148 $0.005 $2.399 oe, : : ee 
Other $0.507  $0.602  $0.095 $0.564 erenae de Un eten Sete DS 
Contingency $0.100 $0.000  ($0.100) $0.000 Seer eee Ghonee Orden = A% 
tote $3.750 $3.750 $2.964 Design as Percent of Construction: NA 
EEE NEI UNSEEN EEESCy Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [16-Mar-16 | 05-Jun-16] 
Design $0.000 $0.000 $0.000 $0.000 
Construction $2.100 $1.680 ($0.420) $1.671 -_ . ; aoe 
Other $0.577  $0.667 $0.091 $0,561 ee que a 
Contingency $0.100 $0.000 (S0.100) $0.000 oF Canethiction Change Gider: "19% 
Tot! $2.777 $2.347 $2,232 Design as Percent of Construction: NA 
PIRIB Gora ES Oren EReay Other as Percent of Construction: 40% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Sep-16 J 31-Jan-17 
Design $0.295 $0.117. ($0.178) $0.107 
Construction 52.850 $3.379 $0.529 $3.323 a . ; ae 
Other $0.952  $1.041  $0.089 $1,037 eee ane: a 
Contingency $0.143 $0.000 (S$0.143) $0.000 b/-CanstriicHon Change aidan 19% 
Total $4,239 $4,537 $4.467 Design as Percent of Construction: 3% 
PTSID: 0172C PPE Eevee ERedcy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Mar-16_ e=aig=17 
Design $0.250 $0.173 ($0.077) $0.173 
Construction $4.559 $4.181  ($0.378) $4.181 ee : : ae 
Other $1.446 $1878  $0.432 $1,878 pe denies tt a gue tS 
Contingency $0.228 $0.000 (S0.228) $0.000 ee Ganctnuctian Change orden “10% 
Ute $6.483 $6,232 $6.232 Design as Percent of Construction: 4% 
lees RUS WES Eve MENT poeay Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.300 $0.280  ($0.020) $0.237 
Construction $3.871 $3.566  ($0.305) $3.566 ae . ; Pat 
Other $1.043  $0.855 ($0.188) $0.855 ee eee aE Oct! 
Contingency $0.174 $0.000 (S0.174) $0.000 of Goneeruction Change Bidar: “8% 
wots) $5.388 34.701 34.659 Design as Percent of Construction: 8% 
pleIDS baie IEEE EMENE Preacy Other as Percent of Construction: 24% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Mar-16 | 26-Jul-16 | 29-Dec-17 
Design S0.200 $0.215 $0.015 S0.063 
Construction 52.600 $2.600 $0.000 $2.701 oe, : : : 
Other $1.000  $0.970 ($0.030) $0.855 erena ede Ue eten au Sitesi ened 
Contingency $0.150 $0.165 $0.015  $0.000 SCAR UCIA crane Orden 6% 
ote) $3.950 $3.950 $3.619 Design as Percent of Construction: 8% 
erate 00780 TYPE: PAVEMENT paedey, Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Oct-15 | 31-Mar-16 | 30-Nov-16 | 
Design $0.370 $0.371 $0.001 $0.158 
Construction $2.600 $2.700 S0.100 $2.663 a F . : 
Other $1391 $1173 ($0.218) $0.961 eke acne: sO Nov LG 
Contingency $0.158 S0.000 (S0.158) $0.000 9° Construction Change Order 10% 
Toul $4.518 $4,243 $3.781 Design as Percent of Construction: 14% 
Piel, Baran EEE: Dey EEne beBaty Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [20-Jul-16 | 28-Sep-16 | 18-Nov-16 
Design $0.072 $0.056  ($0.016) $0.056 
Construction $0.688 $0.601  ($0.087) $0.601 ae é ; Sateen 
Other $0.321 0.287 ($0.034)_$0.287 nea aaa aN SOLS 
Contingency $0.062 $0.000 (S0.062) $0.000 CCOReMIGIOn chan Order "13% 
Use $1.143 $0.944 $0.944 Design as Percent of Construction: 9% 
ee UES Vilas AIEERST Leeecy Other as Percent of Construction: 48% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [23-Sep-16 | 11-Jan-17 | 15-Nov-17 
Design $0.115 $0.093 ($0.022) $0.093 
Construction $2.417 $2.327 (S0.090) $2.327 a : . Sink 
Other $0.806  §0.704 ($0,102) $0.704 ee gene: pLOct 
Contingency $0.151 $0.000 ($0.151) $0.000 BF Canetheian Change Gen “A% 
oral $3.488 $3.124 $3,124 Design as Percent of Construction: NA 
aes RE Eee LEEacy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: IQ=ApiS 16) 
Design $0.300 $0.057 (S$0.243) $0.047 
Construction $6.700 $8.361 $1.661  $7.602 a ; ; : 
Other $6.216  $5.248  ($0.968) $4.661 a bi slesocae ne aaa ENG eidealeleats 
Contingency $0.450 $0.000 (S0.450) $0.000 oF Ce nCUC ian crema Grane 6% 
ital $13,666 $13,666 $12.310 Design as Percent of Construction: 1% 
EN 2e e Win Ve Me ERT EES) Other as Percent of Construction: 63% 


FFY16 


Complete 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: 4% 
Other as Percent of Construction: 72% 


Complete 


TAP/OTHER 
Budget Spent 
Initial Projected Difference To Date 
Design $0.100 $0.053 ($0.047) $0.000 
Construction $1.200 $1.247 $0.047. $1.185 
Other $0.896 $0.897 $0.001 $0.964 
Contingency $0.054 $0.000 ($0.054) $0.000 
Total $2.250 $2.197 $2.149 
PTSID: 0021R TYPE: TAP/OTHER Legacy 
TRAFFIC 
Budget Spent 
Initial Projected Difference To Date 
Design $0.161 $0.137 ($0.024) $0.117 
Construction $1.700 $1.726 $0.026 $1.446 
Other $0.543 $0.567 $0.024 $0.396 
Contingency $0.077 $0.050 ($0.026) $0.000 
Total $2.480 $2.480 $1.958 
PTSID: 0153P TYPE: TRAFFIC Legacy 


Advertise NTP 


Schedule: 


Anticipated Completion at NTP: 
# of months late: 


% Construction Change Order: 4% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 33% 


Budget Spent 

Initial Projected Difference To Date 

Design $0.070 $0.070 $0.000 $0.068 

Construction $2.300 $2.300 S$0.000 $2.245 

Other $1.331 $1.331 $0.000 $0.883 

Contingency $0.134 $0.134 $0.000 $0.000 

Total $3.835 $3.835 $3.196 
PTSID: 0091K TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.100 $0.191 $0.091 $0.068 

Construction $1.029 $0.840 (S$0.189) $0.860 

Other $0.566 $0.320  (S0.246) $0.680 

Contingency $0.039 $0.131 $0.092 $0.000 

Total $1.734 $1.482 $1.608 
PTSID: 0102) TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.000 $0.072 $0.072  $0.072 

Construction $1.761 $1.609 ($0.153) $1.609 

Other $0.739 $0.848 $0.109 $0.845 

Contingency $0.135 $0.000 ($0.135) $0.000 

Total $2.635 $2.528 $2.525 
PTSID: 0153R TYPE: TRAFFIC Legacy 


Advertise NTP Complete 


Schedule: [15-Jan-16] 18-May-16 | 31-May-17 | 
Anticipated Completion at NTP: 31-May-17 
# of months late: 
% Construction Change Order: 6% 
Design as Percent of Construction: 3% 
Other as Percent of Construction: 58% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-May-17 
# of months late: 
% Construction Change Order: -6% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 38% 


Advertise NTP Complete 
Schedule: [31-Dec-15 | 30-Mar-16 | 21-Jun-17 | 


patie 


Anticipated Completion at NTP: 
# of months late: 


% Construction Change Order: 6% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 53% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [02-Jan-16 | 31-May-16 J 09-Jun-17 
Design $0.025 $0.026 $0.001 $0.025 
Construction $2.136 $2.131  ($0.005) $2.055 a : ; ag: 
Other $0.771  $0.997 $0.226 $1,275 ee eeu: cane 
Contingency $0.113 $0.000 (S$0.113) $0.000 ay sess Change Order 19% 
total $3.045 33.154 33.354 Design as Percent of Construction: NA 
pislbs boyay Uiase ade LeeaGy Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.230 $0.230 S0.000 S0.168 
Construction $1.235 $1.260 $0.025 $1.199 ae : : Cony. 
Other $0.822  $0.828  $0.006 $0.796 ul tse tas abe eee 
Contingency S0.062 $0.031  ($0.031) $0.000 BG neiCaan eaanee Grae 7% 
Une $2.349 $2.349 $2.163 Design as Percent of Construction: 18% 
PIER dhe: Wis UAT EEO) Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-16 | 02-May-17 | 24-Aug-18 | 
Design $0.329 $0.185  ($0.144) $0.146 
Construction $2.512 $2.553 $0.041 $2.361 ee : ; eas 
Other $1393  §1.474 $0.081 $1359 eee act: cement 
Contingency $0.251 $0.096 (S$0.155) $0.000 BF Canstructicn Change Grdse 60% 
otal $4,485 34.308 33.866 Design as Percent of Construction: 7% 
EE aren Sigaa Lae peeacy Other as Percent of Construction: 58% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Dec-15 | 31-Jul-16 | 31-Oct-17 
Design $0.000 $0.000 $0.000 $0.000 
Construction $3.980 $3.980 $0.000 $3.942 oe : : ae 
Other $0.838  $0.833 ($0.005) $0.782 ia ee SE: eee 
Contingency S0.000 S0.005 $0.005  $0.000 ence cian eanee Orden 8% 
Total $4.818 $4.818 $4.724 Design as Percent of Construction: 
eee Uden! peeecy Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [02-Mar-16 | 01-Jun-16 | 14-Apr-17 
Design $0.125 $0.125 $0.000 S0.066 
Construction $0.978 $0.978 $0.000 $0.873 -_ . ; apse 
Other $0.951  $0.951  $0.000 $0.657 ee aah: REESE 
Contingency $0.050 $0.050 $0.000 $0.000 Genet EiGh Chanke Order 0% 
Total $2.104 $2.104 $1,596 Design as Percent of Construction: 13% 
ETSIBs BOy25 iMaagl dag: LeEacy Other as Percent of Construction: 97% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: y 
Design $0.250 $0.130 ($0.120) $0.115 
Construction $0.528 $0.502 ($0.026) $0.465 oe, : : : 
Other $0.300  $0.482 $0.182  $0.482 er enae de Ue ete cal eth 
Se aes re (30.036) eee % Construction Change Order: 1% 
2 . Design as Percent of Construction: 26% 
SEMI EE We ULNA EEeacy Other as Percent of Construction: 96% 
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FFY17 


FFY17 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: =May= lia reba ie 
Design $0.343 $0.343 $0.000 $0.309 
Construction $6.957 $6.957 $0.000 $4.751 x ; ; oe 
Other $1.711 $1875 $0.164 $1,198 A alae el ac one 31-Oct-20 
ora ie eee (0.165) eee % Construction Change Order: 4% 
: : - Design as Percent of Construction: 5% 
pee AEE BRIDGE Lepacy Other as Percent of Construction: 27% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-17 | 30-Jan-18 | 15-Nov-19 
Design $1.155 $1.155 $0.000 $1.151 
Construction $5.797 $6.009 $0.212 $5.973 ue : : monte 
Other $3.700 §3.700  $0.000 $1,365 pepobiee se lente BENE: eae ee 
Contingency $1.958 $1.746  ($0.213) $0.000 eee TriCicn enanee Orden 11% 
eee $12.610 $12,610 $8.489 Design as Percent of Construction: 19% 
PTSID: 0114L UME ES TEU EEO Other as Percent of Construction: 62% 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.534 S0.609 S0.075 $0.528 
Construction $15.915 $16.415 $0.500 $12.202 a . : ; : 
Other $2.731  §2.831 $0.100 $1,523 Se eas aeNir ery Mae 
Contingency $0.875 $0.200 (S0.675) $0.000 of Construction Change Order: 3% 
foul $20.055 $20.055 $14,252 Design as Percent of Construction: 4% 
PiSip; Blige EVES ERIEBE pegaty Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jul-17 | 24-Oct-17 | 30-Sep-19 
Design S0.637 S0.637 $0.000 $0.631 
Construction $2.056 52.056 S$0.000 $1.905 re ‘ : noe 
Other $1.300 $1.360  $0.060 $0.874 eu el esel iiaie gE ae el 
Contingency $0.163 $0.103 ($0.060) $0.000 eeanerncian change Onige 7% 
Veh) $4.156 $4,156 $3.410 Design as Percent of Construction: 31% 
Po sID Set eatt UNE: BIMIBGIE EGE! Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [29-Sep-17 | 28-Feb-18 | 16-Aug-19 | 
Design $0.700 $0.932 $0.232 $0.911 
Construction $12.450 $13.172 $0.722 $12.958 i : . - 
Other $2.753  $2.499 (§0.254) $§2.490 Wy pliciaetera aa aR SO Nove e 
Contingency S0.700 $0.000 (S0.700) $0.000 of Construction Change Order 9% 
rot) $16,603 $16.603 $16,359 Design as Percent of Construction: NA 
nISE Otay WEE ERIOSE EReacy Other as Percent of Construction: 19% 
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FFY17 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 29-Sep-17 | 31-Jan-18 | 11-Jun-19 
Design $2.532 $2.532 S0.000 $2.496 
Construction S12.373 9512-779 $0.406 $12.218 oe, : : : 
Other $4122  §4.260 $0.138 $2.108 erena ede Une aun UTE 
Contingency $1.670 $1.127  ($0.544) $0.000 oeanenGion crane Orden 19% 
Uae $20.697 $20.697 $16.822 Design as Percent of Construction: 20% 
eles OR Sn UME BUR pede Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Sep-17] 27-Mar-18] = May-21 | 
Design $1.749 $1.749 S0.000 $1.576 
Construction 534.533 534.533 $0.000 $26.731 or . . F 
Other $3.285 §3.285 $0,000 $1.996 eke ae Nes SERNA 
Contingency $3.047 $3.047 $0.000  $0.000 oy Constriction Change Order: 1% 
Total $42.613 $42,613 $30.303 Design as Percent of Construction: 5% 
Pip nia IEE: Se leae Legacy Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.846 $0.796  ($0.050) $0.720 
Construction $16.907 $19.283 $2.376 $14.599 ay : : . : 
Other $3535  §2.509 ($1.026) $1.895 nea aaa GMI ol 
Contingency $1.350 $0.050 ($1.300) $0.000 of CG AGEICHCN chen Giese 19% 
Uae $22.638 $22,638 $17.214 Design as Percent of Construction: 4% 
pe eea Vilas E02 He Loeeey Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Sep-17 | 28-Mar-18 
Design $0.872 $1.072 $0.200 $0.914 
Construction $15.400  $21.000 $5.600 $7.625 ae : ; ee 
Other $2.089 §2.204 $0.115  $0.937 ee genes ease 
Contingency S0.800 $0.585 (S0.215) $0.000 os Construction Change Grder 37% 
Total $19,161 $24,861 $9.475 Design as Percent of Construction: 5% 
PTSID: 0114R TAPE: BRIDGE Legacy Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 29-Sep-17 | 23-Mar-18 
Design $1.534 $1.534 S0.000 $1.494 
Construction $19.229 $19.271 $0.042 $10.057 ate , ; : 
Other S215 9 42958 S053.) S207 a bi lesa ne aaa EN EES 
Contingency $1.900 $1.505 ($0.395) $0.000 SeOneCan crane Order: 0% 
Total $25.278 $25,278 $13.858 Design as Percent of Construction: 8% 
PTSID: 0114P TYPE: BRIDGE pe) Other as Percent of Construction: 15% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [23-Aug-17 | 26-Feb-18 | 04-Dec-19 
Design S0.460 $0.579 $0.119 S0.377 
Construction S8.477 $8.891 $0.414  $8.252 ax : ; Pee 
Other $1.453 $1.369 —($0.083) $1.42 pps aah ca sere: Tee 
Contingency $0.450 $0.000 ($0.450) $0.000 ee el chanee Onien 5% 
total $10.840 $10.839 $10,071 Design as Percent of Construction: 7% 
piel: OPN TPE, BRIDGE LeeaGy Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.600 $0.560 ($0.040) $0.552 
Construction $6.800 $7.200 $0.400 $7.085 ca : : over 
Other $1512  $1.149 (§0.363) $0.954 ulti tai ee Shiu 
Contingency $0.350 $0.000  (S0.350) $0.000 Cacanerneian change Grdee 9% 
iota $9.261 $8.909 $8.590 Design as Percent of Construction: 8% 
RES Ces WSS EPI: EEO Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17] 21-Dec-17} —_—Nov-23 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $250.630 $267.938 $17.308 $114.198 oe : . : : 
Other $121.776 $119.797  ($1.978) $18.015 eee aut pA er 
Contingency $37.595 $22.265 ($15.330) $0.000 oh Construction Change Ordee: 8% 
aor $410.000_$410.000 $132,213 Design as Percent of Construction: 
PISIE eoe78 EE: BRIOSE peeacy Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep-17 | 03-Jan-18 | 18-Nov-19 
Design S0.650 $1.250 S0.600 S0.857 
Construction $9.400 $7.400 ($2.000) $9.484 es : ; ae 
Other ($0.067) $2.856  $2.923  $1.840 ea ee aaa pa Seee 
Contingency $1.410 $0.710  ($0.700) $0.000 Seater etan aan Orden 19% 
Total $11,393 $12,216 $12,181 Design as Percent of Construction: 17% 
PTSID: OO13L Vi Es EEO EBay Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-17 | 11-Jan-18 | 17-Apr-19 
Design $0.379 $0.379 $0.000 S0.367 
Construction $1.511 $1.579 S0.068 $1.581 ea ; : : 7 
Other $0.824  $0.824  $0.000 $0,586 ee pee: eae 
Contingency S0.075 $0.007 (S0.068) $0.000 SF Cancilcicn Chanke Gree 50% 
Total $2.789 $2.788 $2.535 Design as Percent of Construction: NA 
EDRs We ee LeEacy Other as Percent of Construction: 52% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Aug-17 | 11-Oct-17 | 
Design $0.150 $0.331 $0.181 $0.281 
Construction $12.320 $12.320 $0.000 $10.190 oe, : : ce 
Other $5.220 $5.435 $0.215 $2,368 erenae de Une ar Ea 
Contingency $1.358 $0.962  (S0.396) $0.000 a eaneGion Grace Orden "1% 
ote) $19.048 $19,048 $12,839 Design as Percent of Construction: NA 
eR NOES UM ES BMUEIE Eee), Other as Percent of Construction: 4A% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 24-Jan-18 
Design $0.425 $0.530 $0.105 $0.381 
Construction $12.137  $12.137 $0.000 $9.886 -_ . ; oe 
Other $3032  $3.198  $0.166 $1.347 en anne: eat Al 
Contingency $1.214 $0.942  ($0.272) $0.000 oF Canethiction Change Gider: 19% 
Total $16.808 $16.808 $11.614 Design as Percent of Construction: 4% 
Pippy Bitar TE eee bEBaty Other as Percent of Construction: 26% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17 | 28-Sep-17 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction S0.500 S0.500 S0.000 S0.475 a . . ee 
Other 0.327. $0.327 $0.000 $0.161 eee au camels 
Contingency $0.066 S0.066 $0.000 $0.000 o-Canetricton change Gider: "50% 
Total $0.893 $0.893 $0.636 Design as Percent of Construction: 
PTSIB: 0084C TIPE, OPERATING LEBaey Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 ]| 31-Jul-17 | 28-Sep-17 
Design S0.000 $0.000 S0.000 S0.000 
Construction $0.544 $0.544 S0.000 $0.495 ee ' : ae 
Other $0.322  §0.322 $0.000 $0.159 anes te SE eee 
Contingency S0.066 S0.066 S$0.000 $0.000 Sceneicaae eranne Grice 0% 
Ue) $0.932 $0.932 $0.653 Design as Percent of Construction: 
ee eae ne OPE ATES poeaey Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Apr-17 | 31-Jul-17 | 02-Oct-17 
Design 50.000 S0.000 S0.000 S0.000 
Construction $0.578 $0.600 $0.022 $0.554 ae . ; es 
Other $0322  $0.300 —-($0.022) $0.269 ee eee anne Le 
Contingency $0.066 $0.066 — $0.000 $0.000 os @aneinic ion chaneeOnaan 1% 
ota) $0.966 $0.966 $0,823 Design as Percent of Construction: 
Pilsipe bona PE: PERAIINE Legacy Other as Percent of Construction: 50% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.000 S0.000 $0.000 S0.000 
Construction $1.182 $1.182 $0.000 $0.899 oe, : : 
Other $0.449  §0.494  $0.045 $0,360 er enaed ae Une eu Bite ees 
Contingency $0.113 $0.068  (S0.045) $0.000 a eaneGion Grace Orden 1% 
ote) $1.744 $1.744 $1.259 Design as Percent of Construction: NA 
EU aIB nosey WES GE SUIS EEeacy Other as Percent of Construction: 42% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.000 $0.000 $0.000 $0.000 
Construction $1.863 $1.978 $0.115 $1.900 a : . 
Other $0.429  $0.314 ($0.115) $0.181 en ae Nes SS 
Contingency $0.133 $0.133 $0.000  $0.000 ae Construction Change Order: 3% 
iota 32.425 32.425 $2,081 Design as Percent of Construction: 
PPSID: GUBEX AYRE: OPERATING PReay Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [|_28-Feb-17 | 31-May-17 | 31-Oct-18 | 
Design S0.000 $0.000 $0.000 S0.000 
Construction $2.011 $1.816  ($0.195) $1.664 ae é : Toe 
Other $0.839  $0.716 ($0.123) $0.657 eee aa GMI: pAea Lea 
Contingency $0.252 $0.430 $0.178 $0.000 SCOR SMIGIOn chane Order "17% 
nioial 33.101 32.962 $2,321 Design as Percent of Construction: 
SID eU7eM EE: ee aT pede) Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-May-17 | 31-Jul-17 | 24-May-19 
Design $0.422 $0.443 $0.021 $0.274 
Construction $5.198  $5.348 $0.150 —$5.336 a ae 
Other $1.076 $1.506 $0.429 $1.463 ee genes Dee 1S 
Contingency $0.635 S0.000 (S0.635) $0.000 oe Construction Change Grder 3% 
oral $7,331 37.296 37.072 Design as Percent of Construction: 8% 
PTSID: 0201V be ls Lebaey Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: }09-Aug-18 
Design S0.046 $0.046 S0.000 S0.000 
Construction $1.929 $1.929 $0.001 $1.612 ate , ; 
Other $0.406  $0.466  $0.060 $0.409 a bi leslocae ne aa oe REE 
Contingency $0.140 S0.080 (S0.061) $0.000 % Construction Change Order: “16% 
ital $2,521 $2,521 $2,021 Design as Percent of Construction: 2% 
eee! UNSERE INS ceay Other as Percent of Construction: 24% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Sep-17 | 25-Jan-18 | 27-Jul-18 
Design $0.133 $0.133 $0.000 S0.066 
Construction $1.100 $1.100 $0.000 $1.067 ee . ; ee 
Other $0.847  $0.411 ($0.436) 0.346 ee ee atNe: 31 Aug. 18 
Contingency $0.055 $0.000 (S0.055) $0.000 of Construction Change Order 10% 
Total $2,135 $1.644 $1.479 Design as Percent of Construction: 12% 
Pipi Piey ANTES PEy EMIEDY PSgacy Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [.27-Dec-16 | 28-Apr-17 | 06-Dec-18 
Design $0.500 $0.500 $0.000 $0.122 
Construction $6.200 $6.606 $0.406 $5.949 ee P : ree 
Other 62.437 $2317  ($0.120) $1,975 peerage peal 30-Nov-18 
Contingency $0.314 $0.028  (S0.286) $0.000 oF CARCHCHOR Crane Grae 6% 
etal $9,451 $9,451 $8.046 Design as Percent of Construction: NA 
lee Us ie EEN EEEECY Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jul-17 | 10-Oct-17 | 05-Oct-18 | 
Design $0.600 $0.414 (S0.186) $0.380 
Construction 56.786 $6.961 $0.175 $6.682 aa : . : - 
Other $1,093  $1.171  $0.078 $0,954 eee gente: pleats 
Contingency $0.339 $0.271  ($0.068) $0.000 of-Canetriction change Gider: 19% 
Total $8.817 $8.817 $8.017 Design as Percent of Construction: 6% 
Plaid: ODBBR TPE PAV EMENY preaty Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31-Jul-17 [31-Oct-17 
Design $0.400 $0.420 S0.020 $0.215 
Construction $3.000 $3.000 $0.000 $1.605 ee : : ee 
Other $1.317 $1337 $0.020 $0,509 pr daniel a au peers 
Contingency $0.300 $0.260 (S0.040) $0.000 Bea etncicn apace Order "8% 
Ute $5.017 $5.017 $2.329 Design as Percent of Construction: NA 
PSM ES RGA VMAS PvE MENT pea Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.414 $0.414 $0.000 S$0.337 
Construction $5.278 $5.278 $0.000 $5.018 ons . . Rie 
Other $1.194  $1.194  $0.000 $0.778 ee eee a Seen 
Contingency $0.238 $0.238  $0.000 —$0.000 o4 Construction chaiselOnder 14 
Total $7.123 $7.123 $6,132 Design as Percent of Construction: 8% 
PSE O08tE TEE ER EMENT Leeacy Other as Percent of Construction: 23% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [26-Sep-17 | 09-Jan-18 | 14-Dec-18 
Design S0.710 S0.710 $0.000 $0.571 
Construction $3.135 62125 $0.000 $2.311 oe ; : : 
Other $0.941  $0.941  $0.000 §1.262 erenae de Ue ete aa EER UENRE 
Contingency $0.149 $0.149 S$0.000 $0.000 SOAR TIA crane Orden 0% 
ote $4.935 $4.935 $4.144 Design as Percent of Construction: 23% 
eee soUe tk UMM WEE EEESCy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [.22-Feb-17 | 03-May-17 | 17-Nov-17 
Design S0.767 $0.767 $0.000 $0.347 
Construction $4.751 $4.728  ($0.023) $4.502 -_ . ; ror 
Other $2,197 §2.199  $0.002 $0,897 ene que SERUM Na 
Contingency $0.200 $0.200 — $0.000 + $0.000 be Conctie cn Casneeorden 4 
Total $7.915 $7.893 $5.745 Design as Percent of Construction: NA 
EIB oye iW IVES EAN EMENT precy Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [23-Jun-17 | 03-Oct-17 | 18-Oct-18 | 
Design $0.390 S0.465 S0.075 S0.358 
Construction S4.637 $5.169 $0.532 $4.850 ay , : ee 
Other $2.735  §2.420—_-($0.315) _$1.080 A ere aa cee pea eee 
Contingency S0.300 $0.008  (S0.292) $0.000 of CG AGEUCHCH chennes Giese 90, 
Uae $8.062 $8.062 $6.288 Design as Percent of Construction: NA 
RUE teas UNE Pus MENT poeey Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: \ 
Design $0.130 $0.205 $0.075 $0.112 
Construction $3.960  $4.094  $0.134 $4.028 aa —— 
Other $1.242  $1.196 ($0.046) $0.845 ee ae aa 
Contingency $0.198 $0.035 ($0.163) $0.000 BF Canetheian Change Gen 2% 
Total $5.530 $5.530 $4.985 Design as Percent of Construction: NA 
owe TEE ee ene Lebeey: Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.110 $0.110 S0.000 S0.070 
Construction $0.880 $0.880 $0.000 $0.744 a ; ; : 
Other 0.525 $0.525  $0.000 $0.229 a plese nea aaa oe aes 
Contingency $0.044 $0.044 $0.000 $0.000 SeOneCan crane Order: 2% 
iota) $1.559 $1,559 $1.043 Design as Percent of Construction: NA 
ETM EES UNS i MENTE Seay Other as Percent of Construction: 60% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [08-Sep-17 | 14-Dec-17 | 21-Dec-18 
Design S0.600 S0.600 $0.000 $0.493 
Construction $5.900 55.980 S0.080 53.993 ae G : - - 
Other $2.238 §2.238 + $0.000_-—‘$1.359 eee sens ee EV Ea 
Contingency $0.295 $0.215  ($0.080) $0.000 Sapaanrrane ses change Sree "7% 
Total $9.033 $9.033 $5.845 Design as Percent of Construction: 10% 
pislDe W272 TPE: PAVEMENT Eeeeey Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [16-Aug-17 | 25-Oct-17 | 18-Sep-18 
Design $0.300 $0.132  ($0.168) $0.132 
Construction $3.334 $2.432  ($0.902) $2.432 ca : : Se 
Other $1.299  $0.673 ($0.625) $0.673 oer we tela BEN SUCHGre Ie 
Contingency $0.202 $0.000 (S$0.202) $0.000 Be neiCaar eaanee Grae "14% 
iota $5.134 $3.237 $3.237 Design as Percent of Construction: NA 
PISIEE Wee Us es ESET PEO! Other as Percent of Construction: 28% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.100 S0.098 (S0.002) $0.098 
Construction $0.224 $0.223 ($0.001) $0.223 ae ; ; re 
Other $0.374  $0.132  ($0.242) $0.132 eee au SON! 
Contingency $0.016 S0.000 (S0.016) $0.000 °*- Construction Change oder 0% 
Total $0.715 $0.453 $0.453 Design as Percent of Construction: 44% 
PTSID: 0166M TIRES ORMIVATER pEBaty Other as Percent of Construction: 59% 
TAP/OTHER 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [07-Jun-17 | 07-Sep-17 | 13-Nov-18 
Design $0.150 $0.165 $0.015 $0.000 
Construction $2.800 $2.800 $0.000 $2.784 . ; ; we 
Other $1.701  §1.686 ($0.015) $1.133 ee anes EER Sloeet 
Contingency $0.140 $0.140 $0.000  $0.000 Geo anetneten Caanee Order: 2% 
Total $4.791 $4.791 $3.917 Design as Percent of Construction: 6% 
PIsIDe poe 1 TYPE: TAP/OTHER Eeeaty Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: Lei tavec=i7. 
Design S0.000 S0.000 $0.000 (50.005) 
Construction $41.826  $42.380 $0.554 $29.187 we . 
| NTP: —Jun- 
Other $15.572 $15.572  $0.000 $10.461 Seber eum eee 
Contingency $4.183 $3.629  ($0.554) $0.000 Cat ee Veneta chance Oren 0% 
eal $61.580 $61.580 $39.643 Design as Percent of Construction: 
PTSID: O006A TYPE: TAP/OTHER Legacy Other as Percent of Construction: 37% 
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TRAFFIC 
Budget Spent 
Initial Projected Difference To Date 
Design 50.040 $0.022  (S0.018) $0.000 
Construction $0.250 §0.000 ($0.250) $0.000 
Other 50.200 $0.453 $0.253 $0.383 
Contingency 50.030 $0.045 $0.015  $0.000 
Total $0.520 $0.519 $0.383 
PTSID: 0025E TYPE: TRAFFIC Legacy 


FFY17 


Complete 


Advertise NTP 


Schedule: i[80=Sep=17)]/31=May=18) 
Anticipated Completion at NTP: 30-Sep-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 


Other as Percent of Construction: 


Advertise NTP 


Budget Spent 

Initial Projected Difference To Date 

Design $0.117 $0.117 $0.000 $0.062 

Construction $0.530 $0.530 $0.000 S$0.491 

Other $0.236 $0.239 $0.003 $0.311 

Contingency $0.050 $0.047  ($0.003) $0.000 

Total $0.933 $0.933 $0.863 
PTSID: 0025F TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.260 $0.260 $0.000 $0.224 

Construction $1.531 $1.630 $0.099 $1.289 

Other $1.226 $1.279 $0.053 $0.927 

Contingency $0.153 $0.001  ($0.152) $0.000 

Total $3.170 $3.170 $2.441 
PTSID: 0153T TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.040 $0.040 $0.000 $0.027 

Construction $0.579 $0.579 $0.000 $0.532 

Other $0.653 S0.661 $0.008  $0.084 

Contingency S0.037 $0.029 (S0.008) $0.000 

Total $1.308 $1.308 50.643 
PTSID: 0025) TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.042 $0.042 $0.000 $0.000 

Construction S0.700 $0.706 $0.006 $0.668 

Other $0.745 $0.739  (S0.006) $0.449 

Contingency $0.032 $0.032 $0.000  $0.000 

Total $1.518 $1.518 $1.118 
PTSID: 0073Z TYPE: TRAFFIC Legacy 
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Complete 


Schedule: 31-Aug-17 | 30-Nov-17 | 02-Nov-18 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 45% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-19 
# of months late: 
% Construction Change Order: 7% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 78% 


Advertise NTP Complete 
Schedule: [27-Jan-17 | 30-Apr-17 | 
Anticipated Completion at NTP: 31-Jan-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 114% 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: 31-Jul-19 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: 6% 
Other as Percent of Construction: 105% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 04-Jan-17 | 28-Mar-17 | 25-May-18 
Design S0.330 S0.405 S0.075 $0.159 
Construction $1.468 $1.468 $0.000 $1.305 oe, : : : 
Other $2.016  $1.949 ($0.068) $0.871 erehae de Un eten Sete eee 
Contingency $0.075 $0.068  ($0.008) $0.000 Caer Ghonee Orden 5% 
ote) $3.889 $3.889 $2.334 Design as Percent of Construction: 28% 
ee eo0e ts We UGA Eeeacy Other as Percent of Construction: 133% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-17 | 16-Jan-18 | 02-Nov-18 
Design $0.236 $0.221  ($0.015) $0.072 
Construction $1.100 $1.100 $0.000 $0.934 -_ . ; : 
Other 0.414  $0.594 $0.180 §0.414 ee ae Nes eitaslee 
Contingency $0.165 S0.000 (S0.165) $0.000 9° Construction Change Order “A% 
Total $1.915 $1.915 $1.419 Design as Percent of Construction: 20% 
EIRSIE O0TTe IVES RAEIE PRESCY Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 10-Aug-18 
Design S0.065 S0.065 S0.000 S0.000 
Construction $0.549 $0.561 $0.012 $0.435 ay : ; Caner 
Other $0.430  $0.445  $0.015 $0.260 ee aa goNi i 
Contingency $0.055 $0.028  ($0.027) $0.000 SConernenn Ghanee Order "19% 
Uae $1.098 $1.098 $0.695 Design as Percent of Construction: 12% 
ee Ozer Ue 2 UGRGle Poe) Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22—-Feb-17 ] 24-May-17 | 29-Jun-18 
Design $0.228 $0.228 S0.000 $0.193 
Construction $1.403 $1.403 $0.000 $1.310 ae : ; ee 
Other $0.511 $0511  $0.000 $0,652 ee ae aes 
Contingency $0.140 50.140 $0.000  $0.000 oe Oanetrieian Charge Oder 5% 
Total $2,282 $2,282 $2.155 Design as Percent of Construction: NA 
PTSID: 0072) POPE Merete Legacy Other as Percent of Construction: 36% 
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FFY 2018 PROJECTS 
Insert A 


FFY18 


FFY18 
Ee EGE EEE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Sep-18 | 05-Dec-18 
Design $1.237 $1.212  ($0.025) $0.981 
Construction $7.300 $7.500 $0.200 $3.647 fr : ; sia 
Other $1,853  $1.878  $0.025 $1.216 Ae alae tla ae ol Deco 
Contingency $0.378 $0.178  ($0.200) $0.000 ae canetriicidd Change Grane 7% 
Total $10.768 $10.768 $5.844 Design as Percent of Construction: 16% 
pielDs MOTE rE eeiEee Legacy: Other as Percent of Construction: 25% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 2e=sep= 18 ls=pec=18 
Design $0.819 S0.819 S0.000 $0.652 
Construction S7.695 S7.765 S0.070 $5.764 We ; : : : 
Other $1529  $1.529  $0.000 $0.906 pepobiee se lente aa SAME aea 
Contingency $0.385 $0.315 ($0.070) $0.000 Sencar Gnanee Orden WEA 
etal $10.427 $10.427 $7.322 Design as Percent of Construction: 11% 
ee eehs INS EIPIS ECE Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [18-Sep-18 | 05-Dec-18 | 31-May-20 
Design $0.998 S0.998 $0.000 $0.882 
Construction $2.664  §2.664  $0.000 $§2.190 - . oe 
Other $0.895  $0.916  $0.021 $0.814 4 Se noes annie SEV Al 
Contingency S0.080 S0.059 (S0.021) $0.000 % Construction Change order 1% 
Total $4.637 $4.637 $3.886 Design as Percent of Construction: 37% 
PiSID: D136 TYPES BRIDGE Legacy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30- [ 25=Nev=18) | 1S=Apr=20) 
Design $1.125 $1.000 ($0.125) $0.697 
Construction 53.633 $4.433 $0.800 $3.444 re ; : Paes 
Other $2174 §1.370 _($0.804) $0.979 ene anon dea BEN aN Ae 
Contingency $0.180 $0.000 (S0.180) $0.000 eeanerncian change Onee 37% 
ital $7.112 $6.803 $5.120 Design as Percent of Construction: 23% 
ISIE eles UNE: GIMIBGIe beecs Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [14-Aug-18 | 29-Oct-18 
Design $1.480 $1.480 $0.000 $1.306 
Construction $6.500 56.500 $0.000 53.090 a . . : ; 
Other $2133 §2.133. $0000 ~—-$0.915 ee ees aE NTS: EA EEN EPS 
Contingency $0.625 $0.625 $0.000  $0.000 os Construction Change Gelen: 5% 
Total $10.738 $10.738 $5.310 Design as Percent of Construction: 23% 
PTSID: 0013U TYPE: BRIDGE EeBaey Other as Percent of Construction: 33% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Sep-18 | 26-Nov-18 | 
Design $0.520 $0.520 S0.000 $0.394 
Construction $5,355 $5.355 $0.000 $2.906 ae : : roe 
Other $1.830  $1.835  $0.005 $0.558 erenae de Ue eten ail EERE Aa 
Contingency $0.375 $0.370  ($0.005) $0.000 Senne ee Ghonee Orden 5% 
Uae $8.080 $8.080 $3.857 Design as Percent of Construction: 10% 
PYSID: O01SA EES BIBS EEO] Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [28-N PASS. is 
Design S0.450 $0.450 S0.000 $0.423 
Construction 56.700 S6.700 S0.000 $5.939 Ss F . hes 
Other $2.626  $2.626  $0.000 0.616 ot eunceneel aas ae Nie: cea 
Contingency $1.040 $1.040 $0.000  $0.000 o/ Constrickion Change Order: 1% 
Total $10.816 $10.816 $6.978 Design as Percent of Construction: 7% 
PieIP, UL7e IIVPE: BRIEISE Peey Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Nov-17 | 30-Oct-18 
Design S0.788 S0.788 S0.000 $0.284 
Construction $10.729  $10.729 S$0.000 $4.409 ay : : Peet 
Other $3.381 $3.381 $0.000 $0.573 Oe ee aa GMI eRe 74 
Contingency $1.609 $1.609 $0.000  $0.000 SeGRaMIGIOn chan Order 0% 
Uae $16.508 $16.508 $5.266 Design as Percent of Construction: 7% 
Ey UN sae EPIS): poeeey Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-May-18 | 02-Aug-18 | 25-Nov-19 
Design S0.460 $0.510 $0.050 $0.422 
Construction $2.502 S2.552 $0.050 $2.064 aa : ; reer 
Other $1.944  $1.944  $0.000 $0.643 aby al caeianell a, ae eam aeey 
Contingency $0.250 $0.150 (S0.100) $0.000 os Construction Change Grder 0% 
Total $5.156 $5.156 $3.129 Design as Percent of Construction: 20% 
PTSID: 00176 THEE EEGE Legacy Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [20-Feb-18 | 14-Jan-19 
Design $0.774 $0.774 $0.000 $0.582 
Construction $9.980 $9.980 $0.000 $3.331 a : ; ee 
Other $2.115 §2.115 $0.000 $0.786 a plese ne aad eee: ele 
Contingency $1.000 51.000 $0.000  $0.000 SeOneCan crane Order: 3% 
iota) $13.869 $13,869 $4.699 Design as Percent of Construction: 8% 
PTSID: 0114) USES BISIBISIS EES) Other as Percent of Construction: 21% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Aug-18 | 15-Nov-18 | 
Design $0.800 $0.792 (S0.008) $0.663 
Construction $5.944 $6.302 $0.358  $4.725 a : ; ae: 
Other $1598  $1.643 $0.045 §1.614 ee sere: ema eae 
Contingency 50.400 $0.005 ($0.395) $0.000 Cocca Ghanee Onien 7% 
Total $8,742 $8,742 $7,001 Design as Percent of Construction: 13% 
prSDy ROSSe PE BRIBE Legacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [26-Sep-18 | 14-Jun-19 
Design $0.397 $0.397 $0.000 $0.412 
Construction $1.664 $1.664 S$0.000 $0.534 ror ‘ ; eae 
Other $0.834  $0.834 $0.000 $0,205 cero we tea BENE cies 
Contingency $0.160 $0.160 $0.000 $0.000 Cacanerncian change Grdee 0% 
Uae $3.055 $3.055 $1.151 Design as Percent of Construction: 24% 
TES Rue oI Ws CIPI: Base) Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.375 $0.375 S0.000 S0.268 
Construction $2.322 $2.322 S$0.000 5$1.968 ee : ; Pane 
Other $1.260  $1.260  $0.000 $0,970 een eet peer 
Contingency $0.115 $0.115 $0.000  $0.000 eFC anetnuviian change Order: 2% 
otal $4,072 34.072 33.206 Design as Percent of Construction: NA 
PSI DIVE NEE: ERIOGE peeacy Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.500 $0.500 $0.000 $0.374 
Construction $1.702 $1.702 $0.000 $1.645 me F , coer 
Other $1.290  $1.290  $0.000 §0.691 ia ee aaa ETRE 
Contingency $0.077 $0.077 $0.000  $0.000 Sea trretan aan Orden 0% 
Total $3.569 $3.569 $2.710 Design as Percent of Construction: 29% 
cee Uae: peeEcy Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [12-Jul-18 | 26-Sep-18 | 02-Dec-19 
Design $0.625 $0.625 $0.000 $0.257 
Construction $1.520 $1.520 $0.000 $1.308 -_ . ; aed, 
Other $1.348 $1348  $0.000 $0,579 ee pe peas 
Contingency $0.076 $0.076 $0.000  $0.000 Genet EiGh Chanke Order 0% 
Total $3.569 $3.569 $2,144 Design as Percent of Construction: 41% 
EnSRe n20i8 Tite BREE LeEacy Other as Percent of Construction: 89% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-18 | 10-Feb~20_ 
Design $1.040 51.040 $0.000 S0.690 
Construction $6.868 $6.868  $0.000  $0.000 te y 
Other $3.440  §3.440  $0.000 $0,398 er eha ede Un eten oe 31-Aug.22 
Contingency $0.340 50.340 $0.000  $0.000 a eanerGion crane Orden 0% 
Uae $11,688 $11,688 $1.088 Design as Percent of Construction: 15% 
PRES WSS ENTRIES EEeacy Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.370 $0.370 $0.000 $0.218 
Construction $3.808 $4.215 S$0.407. $3.050 . . ; c 
Other $1.687  $1.204 —($0.483) $0.820 ene que pitas ert 
Contingency $0.250 $0.171 ($0.079) $0.000 oF CanetricHon Change Gider: 11% 
Toul $6.115 $5.960 $4.088 Design as Percent of Construction: 9% 
ETRE O01ae IVER PRISE PEeaey Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [23-Mar-18] 25-Feb-19] —Dec~21 | 
Design S0.801 S0.801 S0.000 $0.813 
Construction $10.000 5$14.880 $4.880 $4.722 ay , : ee 
Other $2.815  §2.815  $0.000 $0,911 ere aa ees a 
Contingency $0.900 $0.900 $0.000  $0.000 of COASERICHON chennes Giese 3%, 
Uae $14.516 $19.396 $6.446 Design as Percent of Construction: 5% 
ee a Use PIS: ESbeey, Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [24-May-18 | 07-Aug-18 
Design $0.775 S0.791 $0.016 S0.658 
Construction $3.661 $3.727 S$0.066 $2.212 ae : ; ieee 
Other $1.733 $1.726 ($0.008) $0.745 ee ae aes 
Contingency $0.300 $0.226  ($0.075) $0.000 8. Canethueian Change Oder 2% 
oral $6.469 $6.469 33.614 Design as Percent of Construction: 21% 
PESIDS OAC TEE Eee Leeaey Other as Percent of Construction: 46% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jul-18 | 26-Sep-18 
Design S0.789 S0.789 $0.000 $0.519 
Construction $1.988 $1.988  $0.000 $1.586 a ; 
Other $3052  $3.052 $0.000 $1,264 a bi lesa nea aad eee a 
Contingency $0.099 $0.099 $0.000  $0.000 oF Ce nCUC ian crane Order: 10% 
usta) $5.928 $5.928 $3.368 Design as Percent of Construction: 40% 
pe OTe USS ESTEE: Seay Other as Percent of Construction: 154% 
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OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-May-18 | 27-Jul-18 | 30-Oct-18 
Design S0.000 $0.000 S0.000 S0.000 
Construction $0.342 $0.342 $0.000 $0.350 - . ; ee 
Other $0.218  $0.218  $0.000 §0.044 ee BUNIE: eae ets 
Contingency $0.040 $0.040 $0.000  $0.000 a4 Construction change Grace 0% 
Total $0.600 $0.600 $0.394 Design as Percent of Construction: 
PISIBs PINS PIPES @ PERE VING Legacy Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [.22-Dec-17 | 26-Mar-18 | 05-Sep-18 
Design $0.000 $0.000 $0.000 $0.000 
Construction $0.666 $0.666 $0.000 $0.584 the : : ee 
Other $0.251  $0.251  $0.000 $0.062 peer rae each 31-Oct-18 
Contingency $0.033 $0.033 S$0.000 $0.000 oe CaneIhicion enanee Grace 0% 
oxal $0.950 $0.950 $0.646 Design as Percent of Construction: 
Pee AU heele NEES Ew EBay Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.20-Dec-17 | 08-Mar-18 | 15-Aug-18 
Design S0.000 $0.000 $0.000 S0.000 
Construction S0.698 S0.698 50.000 $0.625 at : . we 
Other $0.251 $0.251 $0.000 $0,069 cee a ane: ames 
Contingency $0.033 $0.033 $0.000 $0.000 of-Canetriction change Gider: 0% 
Total $0.982 $0.982 $0.694 Design as Percent of Construction: NA 
PTSID: 0105B RE ERAN Eebeey Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.27-Dec-17 | 20-Feb-18 | 11-Oct-18 
Design $0.000 $0.000 $0.000 $0.000 
Construction $1.237 $1.237 $0.000 $1.216 te : : rene 
Other $0.339 $0339  $0.000 $0,211 a ee oreg un cae gue plea vats 
Contingency $0.075 $0.075 $0.000  $0.000 Bana etecicn apace Order "0% 
Ute $1.651 $1.651 $1.427 Design as Percent of Construction: 
PSE RUC EE (NEES OPERAS cay Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [|25-May-18 | 02-Aug-18 | 13-Dec-18 
Design S0.000 $0.008 S0.008 S0.000 
Construction $2.009 $2.009 $0.000 $2.517 ae . ; Pee 
Other $0.340  $0.362  $0.022 $0,445 ee eee aE eisai Veet 
Contingency $0.060 $0.030 —_ ($0.030) $0.000 Gara nen cisneeoen 59% 
mora) $2.409 32.409 32.961 Design as Percent of Construction: 0% 
pipIpS BLS INTE, SPER ANNS peacy Other as Percent of Construction: 18% 


A- 25 


FFY18 


Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [28-Dec-17 | 20-Feb-18 | 10-Apr-19 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.427 $1.427 $0.000 $1.429 Le : : oe 
Other $0.339 $0.339 + $0000 $0.125 erenae de Une eu pie 
Contingency $0.075 $0.075 $0.000  $0.000 oeanecion change Orden 0% 
Uae | 31.841 31.841 $1,555 Design as Percent of Construction: 
PTSID: O105E UMGE: eles INS EEEacy Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | Eine) Essie] 
Design $0.000 $0.000 $0.000 $0.000 
Construction $1.523 $1.523 $0.000 $1.563 -_ . ; ae 
Other 0.402  $0.402  $0.000 $0,153 ene gee: pte lane 
Contingency $0.075 $0.075 $0.000  $0.000 o/ Constrickion Change Order: 6% 
iota $2,000 32.000 $1,716 Design as Percent of Construction: 
PTSID: O105A AYRE: GPERATING EReaey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-Sep-18 | 04-Feb-19 | 
Design S0.108 $0.108 S0.000 S0.074 
Construction $1.147 $1.152 $0.005 $1.114 ay , : ates 
Other 0.307 $0.307. $0000 $0121 Ae ere aa GMI ae 
Contingency $0.060 $0.055  ($0.005) $0.000 CeO ReMIGIOn Ghanee Order 0% 
Uae $1.622 $1.622 $1.309 Design as Percent of Construction: 9% 
ees Ge UM Aa SEED INE poe) Other as Percent of Construction: 27% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.800 $0.800 $0.000 S0.586 
Construction $6.089 $6.083 (S0.006) $5.062 aM F . : ‘ 
Other $1.603  $1.603  $0.000 $0,898 ee Gene SEAN 
Contingency $0.713 $0.719 $0.006  $0.000 Be CaneeGCHO Charge Geek “1% 
Total $9.205 $9.205 $6.546 Design as Percent of Construction: 13% 
Elsie: Dui20 TIDE PERV EMIENE PeBaty Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [26-Sep-18 | 06-Dec-18 J 13-Nov-19 
Design S0.670 S0.670 $0.000 $0.208 
Construction $1.630 $1.630  $0.000 $1.506 ee vos 
Other $0.801  $0.801  $0.000 §0.501 Se paleo etl ac BEE eta 
Contingency $0.105 $0.105 $0.000  $0.000 oo Construction Change Order: 7% 
Vere) $3.206 $3.206 $2.215 Design as Percent of Construction: 41% 
ee UMS Pe EEN Rec Other as Percent of Construction: 49% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-May-18 | 13-Sep-18 | 18-Aug-19 
Design $0.358 $0.358 $0.000 $0.252 
Construction $2.728 $2.738 $0.010 $2.366 a : ; ees 
Other $0.768  $0.768  $0.000 $0.518 ee eee ea 
Contingency $0.135 $0.125  ($0.010) $0.000 apeanrrni e change Sree 3% 
Total $3.989 $3.989 $3,136 Design as Percent of Construction: 13% 
pislb 2740 PES Pav EMEN Legacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Mar-18 | 12-Jun-18 | 30-Nov-18 
Design S0.180 $0.180 S0.000 $0.102 
Construction $2.324 $2.324 $0.000 $1.867 rae : ; Ronnre 
Other $0.928  $0.928  $0.000 $0,725 oer tea abe SEVER 
Contingency $0.116 $0.116 $0.000 $0.000 Cacanerneian change Grdee "1% 
iota $3.548 $3.548 $2.693 Design as Percent of Construction: 8% 
PIER ESL UGS PRE ENT EEO Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Mar-18 | 15-Jun-18 
Design S0.300 $0.300 50.000 S0.055 
Construction $1.395 $1.395 S0.000 S0.896 oe : . i : 
Other $0.717 §0.717 $0.000 $0,360 een Li ae MEN 
Contingency $0.140 50.140 $0.000  $0.000 oF Canetnueiian change Order: 2% 
total $2,551 $2.551 31.311 Design as Percent of Construction: 22% 
PISIEN ona DES EeeEMenT Legacy Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Jan-18 | 12-Apr-18 | 14-Dec-18 
Design 50.460 S0.460 $0.000 S0.368 
Construction 53.995 $4.545 $0.550 $4.185 ee ; : Pee 
Other $1.509  $1.059 ($0.450) $0.998 ens aoe aaa paelewds 
Contingency $0.208 $0.108 ($0.100) $0.000 Sean ten etan crane Orden 16% 
Total $6.172 $6.172 $5,551 Design as Percent of Construction: 10% 
PTSID: 0130E SURES IA TERT Eeeacy Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [21-Sep-18 | 18-Dec-18 | 17-Oct-19 
Design S0.755 $0.755 $0.000 $0.632 
Construction $7.373 S7.464 $0.090 $5.279 ro : : : 7 
Other $1.478  $1.550  $0.072 $1354 ee pee: EERE aee 
Contingency 50.350 $0.188  ($0.162) $0.000 Genet EiGh Chanke Order 0% 
Total $9.956 $9.956 $7.265 Design as Percent of Construction: NA 
UESIES 0061% NRE VEMENL LeEacy Other as Percent of Construction: 21% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Apr-18 | 27-Jun-18 | 24-Oct-18 
Design S0.380 S0.380 S0.000 S0.276 
Construction $1.241 $1.241 $0.000 $1.273 Le : : Pree 
Other 1.640  $1.640  $0.000 $1,185 er enaed ae Ue eten eu: pvaiNleNear 
Contingency $0.062 $0.062 $0.000  $0.000 Cet pte change Orden 5% 
Uae $3.323 $3.323 $2.735 Design as Percent of Construction: 31% 
EMRE EEE Wie es WENT EAE Other as Percent of Construction: 132% 
TAP/OTHER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Apr-18 | 29-Jun-18 | 24-Oct-19 
Design S0.246 $0.246 S0.000 S0.000 
Construction $2.490 52.490 $0.000 $2.337 ba ; : Si 
Other $1.288  $1.288  $0.000 $0,953 ft eden ria ae 31-Oct-19 
Contingency $0.180 $0.180 $0.000 $0.000 a6 Construction Change Grader 6% 
Total $4,203 $4,203 $3.290 Design as Percent of Construction: 10% 
PSI: 00215 TEES Tab /OUHER Legacy Other as Percent of Construction: 52% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.28-Feb-18 | 07-Jun-18 
Design $0.135 $0.194 $0.059 $0.226 
Construction $3.186 $2.844  ($0.341) $3.142 ee : : ey 
Other $0.538  $0.998  $0.460 $1,012 UU el aoesiereld ise ae NUE: pamela ws 
Contingency $0.395 $0.000 (S0.395) $0.000 of Construction Change Grder 10% 
Yate $4.254 $4.036 $4.380 Design as Percent of Construction: 7% 
PIRES EEE INE VEL OIE Eeeecy. Other as Percent of Construction: 35% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [Eases 
Design $0.155 $0.155 $0.000 $0.120 
Construction $1.065 $1.065 $0.000 $0.711 . ; ; ee 
Other $0516  $0.531 $0.015 $0,441 ee aon: eames 
Contingency S0.061 $0.046 (S0.015) $0.000 of Construction Change Orden 1% 
Total $1.797 $1.797 $1.272 Design as Percent of Construction: 15% 
PTSD ea238 TPE TREES Legacy Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Aug-18 }| 26-Oct-18 | 31-Oct-19 
Design S0.240 S0.240 S0.000 S0.207 
Construction $0.745 $0.773 $0.028  $0.674 se . 
l NTP: -May- 
Other $0.724  $0.724 §0.000 $0.220 bear Eo 31-May-20 
Contingency $0.075 $0.047 ($0.028) $0.000 Cat ee Veneta chance Oren a9 
Uete $1,784 $1.784 $1.101 Design as Percent of Construction: 31% 
PTSID: 0025K TRE TAREE Eee Other as Percent of Construction: 94% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 14-Sep-18 | 15-Nov-18 | 08-Nov-19 
Design $0.550 $0.570 $0.020 $0.509 
Construction $0.460 $0.510 $0.050 $0.415 ex : ; wie 
Other $1.155  $0.595 ($0.56) $0.384 eee sere: am aeAt 
Contingency $0.050 $0.050 $0.000 $0.000 SF ean ctieien change Sree 3% 
Total $2.215 $1,725 $1.308 Design as Percent of Construction: 112% 
pier nee TE AERIS Leeacy Other as Percent of Construction: 117% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.445 $0.464 $0.020 $0.383 
Construction $1.668 $1.760 $0.092 $1.454 ae P : ee 
Other $1.621  $1.566 ($0.055) $0.996 ul atseley tas abe abot 
Contingency S0.083 $0.027. (S0.057) $0.000 Bacar eeian change Grdee 2% 
Uae $3.817 $3.817 $2,832 Design as Percent of Construction: 26% 
ESTE AUbe2 Wass MAGA Bae) Other as Percent of Construction: 89% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: May=vo) 
Design $0.050 $0.047 (S0.003) $0.043 
Construction $2.285 $2.227  ($0.058) $2.227 a ; ; oe 
Other $0.654  $0.199 ($0.455) $0.202 een aeNtr: 31 Jul19 
Contingency $0.114 $0.000 ($0.114) $0.000 Oe caer Change Order: 104 
otal $3.104 32.473 $2.473 Design as Percent of Construction: 2% 
PTET Oy 24 TIPE: VEREEE peeacy Other as Percent of Construction: 9% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 28-Feb-18 | 24-May-18 | 05-Sep-19 
Design $0.375 $0.380 $0.005 $0.322 
Construction $2.092 $2.102 $0.010 $1.870 es 3 ; ce 
Other $0.930  $0.925 ($0.005) $0.764 eae ea galls eee 
Contingency $0.110 $0.100  ($0.010) $0.000 Seater etan aan Orden 0% 
Total $3.507 $3.507 $2.955 Design as Percent of Construction: 18% 
ME Eee EE nal Eeeecy Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Mar-18 | 26-Jun-18 
Design $0.650 $0.771  $0.121 $0.583 
Construction $7.335 S7.485 $0.150 S4.468 eae : ’ ee 
Other $2.920  $§2.949  $0.029 $1.765 ee aes pemeserse) 
Contingency $0.367 $0.067. (S0.300) $0.000 Genet EiGh Chanke Order 3% 
Total $11,272 $11,272 $6.816 Design as Percent of Construction: 10% 
ETSIRe eliay TNE: URGES LeEacy Other as Percent of Construction: 39% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.100 S0.100 $0.000 S0.087 
Construction $0.630 $0.630 $0.000 $0.628 ie : : 
Other 0.571  $0.571  $0.000 $0,312 er ehae de net eu: 31-May-20 
Contingency $0.044 50.044 $0.000  $0.000 on eanenGion crane Orden 11% 
ote $1.345 $1.345 $1.026 Design as Percent of Construction: 16% 
EMER rs Wate UL eA peeecy Other as Percent of Construction: 91% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.594 S0.609 $0.015 $0.443 
Construction $3.000 53.100 $0.100 $2.316 -_ . ; 
Other $1.807  $1.992 $0.185 $1.291 ene ae NIE: eee ae 
Contingency $0.300 $0.000  (S0.300) $0.000 a Canethicticn Change Gider: 19% 
Toul $5.700 $5.700 $4.049 Design as Percent of Construction: 20% 
Pies OOuTF IVES RAPEIE isla Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.060 S0.060 S0.000 S0.038 
Construction $1.600 $1.600 S0.000 $1.554 oe: 5 . 
Other $0.841  $0.841  $0.000 $0.150 rea aa eee: een Mav-12 
Contingency S0.086 S0.086 S0.000 S0.000 oF COHStLUCHON Change Order: 0% 
Hotel $2.587 $2.587 31.742 Design as Percent of Construction: 4% 
RUE eres) Ue 2 UGB AS ESbeey, Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Jun-18 | 29-Aug-18 | 03-Jul-19 
Design $0.070 $0.070 $0.000 $0.025 
Construction S0.767 S0.767 $0.000 $0.648 a ’ : 
Other 0.476  $0.476  $0.000 $0,062 ab al seinet a, acne 31-Dec19 
Contingency $0.040 50.040 $0.000 $0.000 Bf Canethueian Change Gen 19% 
oral $1,353 $1,353 30.735 Design as Percent of Construction: 9% 
es WE eee bees Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 26-Mar~18 | 29-Jan-20 
Design $0.503 $0.503 S0.000 S0.399 
Construction $1.500 $1.500  $0.000 $1.136 a ; ; 
Other $1,022  $1.022  $0.000 $0,822 a bi slesocae ne aaa eee eee 
Contingency $0.075 $0.075 $0.000  $0.000 oF Ce nCUC ian crane Order: 2% 
ital $3.100 $3.100 $2.357 Design as Percent of Construction: 34% 
ETM ee ILEUS Use URE cea Other as Percent of Construction: 68% 
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Budget Spent 
Initial Projected Difference To Date 
Design $0.556 $0.636 $0.080 $0.570 
Construction $1.051 $1.065 $0.014 $1.017 
Other $0.504 $0.428 (SO0.076) $0.347 
Contingency $0.083 $0.065  ($0.018) $0.000 
Total $2.194 52.194 $1.934 
PTSID: 0162A TYPE: TRAFFIC Legacy 


FFY18 


Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: 31-May-19 


# of months late: 


% Construction Change Order: 0% 
Design as Percent of Construction: 60% 
Other as Percent of Construction: 40% 


Budget Spent 
Initial Projected Difference To Date 
Design $0.098 $0.089 (S0.009) $0.045 
Construction $0.745 S0.783 $0.038  $0.686 
Other S0.786 $0.757 ($0.029) $0.608 
Contingency $0.055 $0.055 $0.000  $0.000 
Total $1.684 $1.684 $1.339 
PTSID: 0080H TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
Design $0.370 $0.370 $0.000 $0.329 
Construction $1.486 $1.559 $0.073 $1.096 
Other $0.941 $0.921 ($0.020) $0.698 
Contingency $0.075 $0.022  (S0.053) $0.000 
Total $2.872 $2.872 $2.124 
PTSID: O0080C TYPE: TRAFFIC Legacy 
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Complete 


Schedule: 
Anticipated Completion at NTP: 31-Aug-19 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: 11% 
Other as Percent of Construction: 97% 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-19 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: 24% 
Other as Percent of Construction: 59% 


FFY 2019 PROJECTS 
Insert A 


FFY19 


FFY19 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.865 S0.885 $0.020 $0.692 
Construction $9.173. $15.222 $6.050 $1.144 x ; ; pe 
Other $1.898  $1.931  $0.033 $0,584 she al ee peda eet UME EeA 
Contingency $0.742 $0.424  (S0.318) $0.000 ae CaneericHGd Change Grane 3% 
Total $12.678 $18.463 $2.420 Design as Percent of Construction: 6% 
ne ies PE BRIE Legacy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [15-Aug-19 | 21-Oct-19 
Design S0.798 S0.798 $0.000 S0.740 
Construction $10.222 $10.222 S$0.000 $1.476 We ; : ae 
Other $2,207 §2.207 + $0.000~—-$0.290 probes se lenuel BENE: eee 
Contingency $0.511 $0.511 $0.000  $0.000 eee TriCicn enanee Orden 0% 
tote! $13,738 $13.738 $2.506 Design as Percent of Construction: 8% 
PUSUES WGN PEER IDGE beBacy Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [25-Jul-19 | 21-Oct-19 
Design $0.638 $0.638 S0.000 $0.509 
Construction $5.150 $5.150 $0.000 $0.434 a . ; nee: 
Other $2.563  $2.563 $0.000 §0.296 4 Se naa anne eee 
Contingency $0.500 $0.500 $0.000  $0.000 ae CeneHuchon Change Cider 0% 
Total $8.850 $8.850 $1.238 Design as Percent of Construction: 12% 
Pisiby Diigw PE: ERIDSE [eeacy Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Jun-19 | 12-S« ) 
Design $1.013 $1.013 $0.000 $0.846 
Construction 56.040 $6.282 $0.242 $0.746 re : : Fae 
Other $1.194  $1.182  ($0.012) $0.436 eu el eselce i i aie ae sliuee 
Contingency $0.305 $0.075  ($0.230) $0.000 OG aneicaon change Onee 5% 
Uae $8.552 $8.552 $2.028 Design as Percent of Construction: 16% 
eae WNC EI: EGE! Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [11-Sep-19 | 29-Nov-19 
Design S0.977 S0.977 S0.000 $0.813 
Construction $3.155 $3.155 S0.000 $0.000 ae : . : 
Other $1.520  $1.520  $0.000 $0,100 ee eee aE eames 
Contingency $0.160 $0.160 $0.000  $0.000 oF Canstnicion Change Gelen: 0% 
Total $5.812 $5.812 $0.913 Design as Percent of Construction: 31% 
PPSIDE ODESC TEE. GRIESE Lebeey Other as Percent of Construction: A8% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.700 50.700 S0.000 S0.480 
Construction $3.982 $3.982 $0.000 $0.578 oe : : See 
Other $1.920  $1.920  $0.000 $0.169 er ena ede Ue ete cal a 
Contingency $0.199 $0.199 S$0.000 $0.000 SOAR TIA crane Orden 0% 
Uae $6.801 $6.801 $1.226 Design as Percent of Construction: 18% 
PY SIDS OO1sw VEES BIMIBISIs EEO) Other as Percent of Construction: A8% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-1 19 | 09-3 ) 
Design $0.379 $0.379 S0.000 S0.266 
Construction $2.772 $2.772 $0.000 S0.207 Aa ; . : : 
Other $0.906  $0.906  $0.000 0.148 ek ae Nie: elt 
Contingency $0.180  $0.180 — $0.000 —$0.000 ae Conciiecnenaneeorden 0% 
Total $4,238 $4.238 $0.621 Design as Percent of Construction: 14% 
Piel, Beale IVER ERIEIGE PReaey Other as Percent of Construction: 33% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design 50.950 S0.950 S0.000 S0.761 
Construction $2.171 $2.171 S$0.000 S$0.657 ay : ; ee 
Other $1.351  $1.351  $0.000 $0.361 eee aaa bes emer 
Contingency $0.250 $0.250 $0.000  $0.000 CHeOReMIGIOn chane Order 0% 
Uae $4,721 $4.721 $1.779 Design as Percent of Construction: 44% 
SUN Es Uns: pee Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28=Feb-19 | 14-May-19 
Design S0.436 $0.436 S0.000 $0.321 
Construction $2.368 $2.368 $0.000 $1.461 aa ; ; ee 
Other $0.738  $0.853 $0.115 $0.627 ab al seinet a, ace emer 
Contingency $0.275 $0.160 ($0.115) $0.000 oe Paneteuetian Change Oder 0% 
Total $3.817 $3.817 $2.409 Design as Percent of Construction: 18% 
PTSID: 0015D EE EGE Legacy Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-19 | 20-Aug-19 
Design S0.494 $0.494 S0.000 S0.430 
Construction 52.586 $2.586 $0.000 $1.003 ate , ; Pra 
Other $1.741  $1.741  $0.000 $0.585 a bi lesa nea aad aoe pam Ele 
Contingency $0.129 $0.129 $0.000  $0.000 SeOneCan crane Order: 7% 
total $4.950 $4.950 $2.018 Design as Percent of Construction: 19% 
eee 2uie USS ERSTE: Bea Other as Percent of Construction: 67% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $6.400 $6.400 $0.000 $3.717 
Construction $57.980 $58.180 $0.201 53.935 ae ’ : E : 
Other $7.066  $7.066  $0.000 §0.828 eee sere: pea 
Contingency $4.500 $4.300 ($0.201) $0.000 Sapaanrrane ses change Sree 0% 
Total $75,946 $75,946 $8.480 Design as Percent of Construction: 11% 
perenne WEE BOGE Legacy Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Mar-19 | 10-Jun-19 
Design $1.900 $1.900 S0.000 $1.065 
Construction $14.639 $14.639 $0.000 $3.530 ae ‘ : wre 
Other $3.898  $3.898  $0.000 $0.891 py cre ee eg ee 
Contingency S0.888 S0.888 S$0.000 $0.000 Bacar eeian change Grdee 0% 
Total $21,325 $21,325 $5.486 Design as Percent of Construction: 13% 
PIRES EG Wa EPI: pea! Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 0-1 06: 
Design $1.440 51.440 S0.000 $1.034 
Construction $15.661 $15.706 $0.045 $1.644 Bo : . : 
Other $5.065  $5.065  $0.000 $0.408 een eet plea Nee 
Contingency $0.783 $0.738  ($0.045) $0.000 oe Canetnueiian Change Order: 10 
Total $22,949 __$22.949 $3.086 Design as Percent of Construction: 9% 
PisiE Pisa NEE HEISE Peeacy Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.27-Sep-19_ 
Design $1.200 $1.200 S0.000 S0.734 
Construction $7.000 $7.000 $0.000  $0.000 es : ; ee 
Other $2.230  $2.230 $0.000 —§0.308 ia ee aaa ara 
Contingency S0.500 S0.500 S$0.000 $0.000 Ce areaeenes erenee Orden 0% 
Vat) $10.930 $10.930 $1,042 Design as Percent of Construction: 17% 
PTSID: 0O14M WIRES BLU RSIE BEESCy Other as Percent of Construction: 32% 
OPERATING 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design $0.451 $0.521 $0.070 $0.228 
Construction 52.900 $2.900 $0.000 $2.445 ae . ; is 
Other $0.210  §0.210 $0,000 —($0.003) st lean ent ane 31-Jul-20 
Contingency $0.290  $0.220 ($0.070) $0.000 a conan en coaneeioer 0% 
Total $3.851 $3.851 $2.670 Design as Percent of Construction: 18% 
Filsi>: 30035 EE OPE peedcy Other as Percent of Construction: 7% 


A- 34 


FFY19 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.117 $0.117 $0.000 $0.098 
Construction $2.074 52.074 $0.000 $0.298 Le : ; ee 
Other 0.471 $0.471 $0.000 —$0.034 er ena ede Uae ale et) 
Contingency $0.100 $0.100 S$0.000  $0.000 eet pee crane Order 0% 
Uae $2.762 $2.762 $0.430 Design as Percent of Construction: 6% 
PTSID: 0131M (MBE elles INS EAE Other as Percent of Construction: 23% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Jan-19 | 14-May-19 J 01-Aug-19 
Design S0.000 S0.000 S0.000 $0.000 
Construction $0.422 $0.422 S$0.000 $0.360 os , : ee 
Other 0.247. $0.247 $0.000 —$0.122 fh eden ria ae: 31-Oct-12 
Contingency $0.050 $0.050 $0.000 $0.000 36 Construction Change Grader 0% 
Total $0.719 $0.719 $0.483 Design as Percent of Construction: 
plop oipan ES SEMEN Legacy Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Mar-19 | 06-Aug-19 J 31-Oct-19 
Design $0.024 $0.024 $0.000  $0.000 
Construction $0.681 $0.681 $0.000 $0.530 Ree : : eee 
Other $0.242  $0.242 ~—-$0.000 ~—‘$0.080 UU el anesieretd ae ae NUE: SRO 
Contingency $0.100 $0.100 S$0.000 $0.000 ar eancician change Onee 0% 
Veta $1.047 $1.047 $0.610 Design as Percent of Construction: 4% 
PTSID: 2602B UNs es AAI SIEDS BCE) Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Mar-19 | 07-Jun-19 | 
Design $0.024 $0.024  $0.000 $0.000 
Construction $0.723 $0.723 S0.000 $0.595 aM F . ee 
Other $0.226  $0.226 —-$0.000 -~—-$0.080 ee Gene See 
Contingency $0.075 $0.075 $0.000  $0.000 Be CaneeGCHO Charge Geek 0% 
Total $1.047 $1.047 $0.675 Design as Percent of Construction: 3% 
PTSID: 2602C TYVES PAVEMENT PeBaey Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [|29-Jan-19 ] 08-Apr-19 | 25-Oct-19 
Design $0.000 $0.000 $0.000 $0.000 
Construction $1.713 $1.824 $0.110 $1.545 ae : ; eee 
Other $0.335  $0.337. --$0.002~—-$0.268 Se paleo en ae BEE ROE 
Contingency $0.133 $0.021 ($0.112) $0.000 Sie reecaen eranee Orden 6% 
UME | 92.181 $2,181 $1,813 Design as Percent of Construction: 
PUES Cea UMASS EE MEMENL eee Other as Percent of Construction: 18% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Jan-19 | 01-Apr-19 | 31-Oct-19 
Design $0.000 S$0.000 $0.000 S$0.000 
Construction $2.194 $2.194 $0.000 $2.731 oa ’ : paca 
Other $0557. §0.557. -$0.000_~—-$0.319 eee sens pansies 
Contingency $0.220 $0.220 $0.000 $0.000 Eapaanrranne ses change Sree 37% 
total $2.971 $2.971 $3.050 Design as Percent of Construction: 
pislDs 2600F SREE Pew EEN Eeeery Other as Percent of Construction: 25% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28-Mar-19 | 04-Jun-19 [25-Oct-19 
Design S0.000 S$0.000 S0.000 S0.000 
Construction $1.500 $1.555 $0.055 $1.344 ae ‘ : Coe 
Other $0.280 $0.359  $0.079 $0.310 eno we tea BEN eh 
Contingency $0.150 $0.017. ($0.133) $0.000 Bacar eeian change Grdee 12% 
otal $1.930 $1.930 $1.654 Design as Percent of Construction: 
PIED lets UNAS AESIEDY PESO! Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [22-Mar-19 r-20 | 
Design $0.024 $0.000 ($0.024) $0.000 
Construction $1.653 $1.660 S0.007 $1.391 a : . E : 
Other $0.249  §0.273 +~—«$0.024_~—«$0.199 eee aut ane Mev eal 
Contingency $0.075 $0.068  (S0.007) $0.000 BF Canstricticn Change Grdse 19 
Total $2.001 $2.001 $1.590 Design as Percent of Construction: 
BESIDE 2012 PIPES REVEMENS Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Jan-19 | 28-Mar-19 | 10-Apr-20 
Design S$0.000 S$0.000 S$0.000 S$0.000 
Construction $1.133 $1.166 $0.034 $0.973 ae ; ; Peers 
Other $0.288  §0.255 ($0.034) $0.13 ens aco pee aE aN Geeae 
Contingency $0.079 $0.079 $0.000  $0.000 Beer etan aan Orden 2% 
Hora $1.500 $1.500 $1.076 Design as Percent of Construction: 
PTSID: 2601C EEA CEN EN pede), Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Aug-19 | 02-Dec-19 
Design $1.665 $1.802 $0.137 $1.484 
Construction $12.884  $13.048 $0.164 $0.835 fats . ; re 
Other $3.035  §2.898 ($0.137) $1.113 eee ann: eee 
Contingency $0.644 $0.480 ($0.165) $0.000 Genet EiGh Chanke Order 0% 
Total $18.228 $18,228 $3.432 Design as Percent of Construction: 14% 
PESIDS QO040 TYPES PAVEMENT Eeeecy Other as Percent of Construction: 22% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [03-Apr-19 | 10-Jun-19 | 25-Oct-19 
Design $0.291 $0.326 $0.035 $0.161 
Construction $3.277 $3.277 $0.000 $2.549 oe, : : ; 
Other $0.831  $0.796 ($0.035) $0.455 er enaed ae Une eu eee 
Contingency $0.157 $0.157 $0.000  $0.000 Cet pee change Orden 0% 
ete) $4.556 $4.556 $3.165 Design as Percent of Construction: 10% 
SEMEN ENS UMGLS Tse WENT REeaCy Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Oct-18 | 02-Jan-19 | 23-Oct-19 
Design $0.320 $0.283 (S0.037) $0.051 
Construction $0.550 $0.557 $0.007 $0.399 a ; ; : 
Other $0.532  $0.562 $0.030 $0.150 ee aur alee 
Contingency $0.100  $0.100 — $0.000 —$0.000 sp Gonandalencnaneeiiden 0% 
Total $1.502 $1.502 $0.600 Design as Percent of Construction: 51% 
Psp O/H IVES eae EMENT Peay Other as Percent of Construction: 101% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [15-Aug-19 | 22-Oct-19 
Design $0.342 $0.342 $0.000 $0.293 
Construction $2.239 $2.250 $0.011  $0.482 ae ; ; : : 
Other $1.158  $1.147 ($0.01) $0.256 Ae ene aa bes aban MEN 
Contingency $0.175 $0.175 $0.000  $0.000 SCOR SMIGiOn chane Order 19% 
Uae $3.915 $3.915 $1.032 Design as Percent of Construction: 15% 
PES UMA aS laws MENT Pe) Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep-19 | 02-Mar-20 | 
Design $1.150 $1.150 $0.000 $0.594 
Construction $6.296 $6.296 $0.000 $0.000 aa ; ; Soha 
Other $3.021  §3.021 $0.000 $0,220 aby al iseiaee tl a, acl a 
Contingency $0.495 $0.495 $0.000  $0.000 62 Oanetrietian Change Oder 0% 
Total $10.962 $10.962 $0.815 Design as Percent of Construction: 18% 
PTSID; 00504 ee Lepacy Other as Percent of Construction: A8% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Aug-19 | 17-Dec-19 
Design $0.515 $0.515 $0.000 $0.434 
Construction $3.043 $3.043 $0.000 $0.213 ate , ; ; 
Other $1.025  $§1.025  $0.000 $0,152 a bisa aed oe REE aa 
Contingency $0.175 $0.175 $0.000  $0.000 SeOneCan crane Order: 0% 
total $4.758 $4.758 $0.799 Design as Percent of Construction: 17% 
SMe Oras UES Ein MENT cea Other as Percent of Construction: 34% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 16-Nov-18 | 15-Jan-19 | 30-Aug-19 
Design $0.325 $0.325 $0.000 $0.250 
Construction $6.247 $6.247 $0.000 $5.166 a : ; higce: 
Other $1,190  $1.190  $0.000 $0,642 ee eee pS 
Contingency $0.312 $0.312 $0.000  $0.000 Santee an change Sree 0% 
Total $8.075 $8.075 $6.059 Design as Percent of Construction: 5% 
pipe Ready NEES Paw EMENT Legacy Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [26-Oct-18 | 04-Jan-19 
Design $0.395 S0.408 $0.013 S0.368 
Construction 53.003 53.405 $0.403 $2.446 roe ; : ae 
Other $0.905  $0.704 ($0.201) §0.657 eno we tea BENE Aen 
Contingency $0.250 $0.035 ($0.215) $0.000 Be neiCaar change Grdee 13% 
ots $4.553 $4.553 $3.471 Design as Percent of Construction: 12% 
Pee UGS PVE MENT EGE) Other as Percent of Construction: 21% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 17-May-19 | 18-Jul-19 | 30-Jun-20 | 
Design S0.070 $0.070 $0.000 $0.000 
Construction $1.756 $1.801 $0.045 $0.721 ee . ; cipal 
Other 50.510 0.465 (80.045) §0.146 Anticipated completion at NTP: 31-Jul-20 
; # of months late: 
Contingency $0.175 $0.175 $0.000  $0.000 96 Construction Change Order: 3% 
Total $2.511 $2,511 $0.866 Design as Percent of Construction: 4% 
Piao EE TArnIe Lebeey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Nov-18 | 05-Feb-19° 
Design $0.135 $0.135 $0.000  $0.049 
Construction $1.100 $1.100 S$0.000 S0.867 ee : : eer 
Other $0.860  $0.860  $0.000 §0.452 anes Ne aN eee 
Contingency $0.100 $0.100 $0.000  $0.000 Scenericace apace Order "7% 
uate $2.195 $2.195 $1.367 Design as Percent of Construction: 12% 
elNee LOY Mes UMA Te pea Other as Percent of Construction: 78% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [20-Mar-19 ] 14-May-19 
Design $0.134 $0.094  ($0.040) $0.000 
Construction $0.958 $1.079 $0.121  $0.808 ae . ; as 
Other $0.735 $0654 ($0.081) $0.390 ee eee a 31-Dec-20 
Contingency $0.048 $0.048 — $0.000 + $0.000 os @aneinic ion chaneeOnaan 0% 
Total $1.875 $1.875 $1.198 Design as Percent of Construction: 9% 
pipe 2e0ty DPE URAEENE Leese Other as Percent of Construction: 61% 
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Budget Spent NTP Complete 
Initial | Projected Difference To Date Schedule: 1 
Design S0.560 $0.573 $0.013 $0.513 
Construction $1.296 $1.304 $0.008  $0.757 oe, : : ee 
Other 0.565  $0.566  $0.001 $0.187 er ehae de Un ete cae ues 
Sone ee Pe (30.022) ee % Construction Change Order: 5% 
. . . Design as Percent of Construction: 44% 
PME ETS 26 Wee UGA EEESCy Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: il 
Design $0.424 $0.046  ($0.378) $0.000 
Construction $1.125 $1.125 $0.000 $0.458 -_ . ; oe 
Other $0.569  $0.626  $0.057 $0,385 ene que plead 
ow ae a 90.321 cee % Construction Change Order: 0% 
= ts a Design as Percent of Construction: 4% 
lh IVES RAEEIE PREY Other as Percent of Construction: 56% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [1L0- Gi 28=dan=19) |) s=pee=19)) 
Design S0.500 S0.500 S0.000 $0.415 
Construction $1.939 $1.939 $0.000 $1.402 ay : : ee 
Other $0.910  $0.910  $0.000 $0,743 A ere aa cee eae 
Contingency $0.096 $0.096 $0.000 $0.000 SCOR SMIGiOn chane Order 0% 
Uae $3.445 $3.445 $2.560 Design as Percent of Construction: 26% 
BIE CORE Uv ese UGB Poe) Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: s6p-19 | 12=pee=19) 
Design $0.514 $0.514  $0.000 S$0.467 
Construction $1.685 $1.685 $0.000 $0.345 aa ; ; aa 
Other $0.914  $§0.914  $0.000 $0,251 ee ae ere 
Contingency $0.075 $0.075 $0.000  $0.000 oe Oantrieian Charge Odor 0% 
Total $3.188 $3.188 $1.064 Design as Percent of Construction: 31% 
pleee geen EE VAREG Lebaey Other as Percent of Construction: 54% 
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FFY20 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $2.360 NA $1.884 
Construction NA $32.300 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $3.950 NA $0.150 : 
Contingenc NA $2.000 NA §0.000 # OPMontiState: Na 
Total Beaey Ai $40.610 NA $2.034 % Construction Change Order: 0% 
at . - . Design as Percent of Construction: 7% 
Pole 2003F TEE ERIGE Eegacy Other as Percent of Construction: 12% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $0.655 NA $0.480 
Construction NA $10.000 NA $0.000 yah calG@aaeaeanck Mite NA 
Other NA $1.300 NA $0.075 # of eee. 
Contingency NA $1.000 NA $0.000 ONES er NA 
Total ane $12.955 NA $0.555 % Construction Change Order: 0% 
ar - - Design as Percent of Construction: 7% 
PISMES Cemel Dee RIGe ESBacy Other as Percent of Construction: 13% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.623 NA $0.492 
Construction NA $4.600 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $1.240 NA $0.029 : 
Contingenc NA $0.500 NA §0.000 fe OF On U siete: NA 
Total gency NA $6.963 NA $0.521 % Construction Change Order: 0% 
ot : . Design as Percent of Construction: 14% 
PTSID: 0013X TIRES BRIDGE Eeeaey Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.874 NA $0.714 
Construction NA $9.000 NA $0.000 Aricicatedleempledenaetii NA 
Other NA $4.151 NA S0.029 # of bo fseee 
Contingency NA $1.684 NA $0.000 eons late NA 
Total NA $16.709 NA $0.743 % Construction Change Order: 0% 
ai 2 : : Design as Percent of Construction: 21% 
Pipe scaten EE ERIESE preaey Other as Percent of Construction: 46% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [05-Mar-20 | 
Design NA $0.606 NA $0.687 
Construction NA $5.750 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $1.275 NA $0.084 . 
Contingenc NA $0570 NA §0.000 ONO ae: Ne 
Total gency NA $8,201 NA $0.770 % Construction Change Order: 0% 
: . Design as Percent of Construction: 11% 
iE ceo tr Ee BRIDGE PEeaey Other as Percent of Construction: 22% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [12=Mar—20 
Design NA $6.500 NA $3.736 
Construction NA $70.000 NA $0.000 Pyatieoenen) Gann alictitcrn a NIP: NA 
Other NA $4.735 NA $0.106 Poy fhe late: 
Contingency NA $7.250 NA $0.000 taal hae le NA 
Total nie $88,485 NA $3,842 % Construction Change Order: 0% 
or - : Design as Percent of Construction: 9% 
Pirie eels UMS ES EU ae Eeeeey Other as Percent of Construction: 7% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [10-Mar-20 
Design NA $0.946 NA $0.568 
Construction NA 53.426 NA $0.000 Anticipated Completion at hire: NA 
Other NA $0.699 NA $0.202 # of fasiate: 
Contingency NA $0.172. NA $0.000 a NA 
Total NA $5,243 NA $0.770 % Construction Change Order: 0% 
= : : Design as Percent of Construction: 28% 
ETSI: Blane ee eee Legacy Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [1 
Design NA $3.175 NA $1.314 
Construction NA $53.000 NA $0.000 mnticisatediGomelerianrannine: NA 
Other NA $8.375 NA S0.050 # of penta: 
Contingency NA $5.450 NA $0,000 OU MmOn ie tate NA 
Total NA $70.000 NA $1.364 % Construction Change Order: 0% 
2 - : Design as Percent of Construction: 6% 
Mee en Uy SEEN: peaey Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [/22=Nov=: 
Design NA $11.500 NA $7.098 
Construction NA $212.000 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $21.500 NA $0.599 ‘ 

; # of months late: NA 
COBUNEE NEY me 920.000 sai 50.000 % Construction Change Order: 0% 
Total ba $265.000 i $7.697 Design as Percent of Construction: 5% 

Pipa Gorse TPE BRIDGE beeeey Other as Percent of Construction: 10% 
PAVEMENT 

Budget Spent NTP Complete 
Initial | Projected Difference To Date Schedule: a= un=2'0 

Design $0.048 S0.048 $0.000 $0.041 

Construction $1.373 $1.373 $0.000 $0.000 - : ; 

Other $0.528  $0.528  $0.000 $0.026 a linea et ada Senne aa 
Contingency $0.050  $0.050 —$0.000 —$0.000 2 Construction Change Order: oO” 
Total $2,000 $2,000 $0.067 Design as Percent of Construction: 4% 
Eis| Ds 2e0ak EEE, SV EMENI Legacy Other as Percent of Construction: 38% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [14-Feb~20 | 09-Apr-20 
Design $0.052 $0.052 S0.000 S0.049 
Construction $1.613 $1.613 $0.000 $1.236 te : 
Other $0.420  $0.420  $0.000 $0.100 Sena ede vee CEE 30-Nov-20 
Contingency $0.118 $0.118 $0.000  $0.000 oeanecion crane Order 0% 
ote) $2.203 $2.203 $1,385 Design as Percent of Construction: 3% 
PTSID: 26022 UMA NANT EAE Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [18=Feb-20 | 
Design S0.064 S0.064 S0.000 $0.058 
Construction $1.323 $1.323 S0.000 $0.000 Ss F . Neos 
Other $0.305 $0.305  $0.000 ~—$0.034 tb unceneel aeas qeNe piel awa 
Contingency S0.100 S0.100 50.000 S0.000 oe ConstiuicHan Change Order 0% 
Total $1.792 $1.792 $0.092 Design as Percent of Construction: 5% 
Piss 28095 IVES PAVEMENT PREY Other as Percent of Construction: 23% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design S0.150 $0.150 S0.000 $0.114 
Construction $1.455 $1.455 S$0.000 5$0.085 ay : : Ree 
Other $0.722  $0.722  $0.000 $0,066 ee aa ees 30-iun-21 
Contingency $0.200 50.200 $0.000  $0.000 of CG ACEICHCN chane Order "1% 
Uae $2,527 $2.527 $0.265 Design as Percent of Construction: 10% 
PID Rosy UMAR Bus MENT toeaey Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [11-Oct-19] 04-Mar-20 | 
Design $0.255 $0.255 S0.000 $0.218 
Construction $4.837 $4.837 $0.000 $0.918 aa ; ; Sopa 
Other $1.088  $1.088  $0.000 §0.130 ee acne: 31-Dec-20 
Contingency $0.242 $0.242 $0.000  $0.000 BF Canetheian Change Oder 0% 
Total $6.421 $6.421 $1.266 Design as Percent of Construction: 5% 
PRSID MOE ee Lebaey Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [12-Nov-19 | 13-Feb-20 
Design $0.372 $0.372 $0.000 $0.260 
Construction $4.491 $4.491 S$0.000 $0.499 an ’ ; ee 
Other $3.244  §1.484 ($1.760) $0.170 pt oleae cel eee 
Contingency $0.374 $0.234  (S0.140) $0.000 oF Ce nCUC ian crane Order: 0% 
usta) $8.481 $6.581 $0.929 Design as Percent of Construction: 8% 
pete beer BES Ue aN Eeeay Other as Percent of Construction: 33% 


A- 42 


FFY20 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $5.400 NA $2.472 

Construction NA $30.200 NA $0.004 Anticipated Completion at NTP: NA 

Other NA $17.776 NA $0.929 # of he lates 
Contingency NA $3.000 NA $0.000 pei i clas NA 
Total NA $56.376 NA $3,405 % Construction Change Order: 0% 
- - Design as Percent of Construction: 18% 
PTSID: 00508 SREY POV EMENS Lepacy Other as Percent of Construction: 59% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [12-Nov-19 | 27-Jan-20 
Design $0.231 $0.231 $0.000  $0.000 

Construction Sio7o $1.575  $0.000 $0.216 eae ee 
Other $0.461  $0.461  $0.000 $0,264 epee el aa eee a a 
ren eee, eae See 30.000 oie % Construction Change Order: 0% 
2 = Design as Percent of Construction: 15% 
UES MEEPS ENT EEeacy Other as Percent of Construction: 29% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.315 NA $0.033 

Construction NA $1.575 NA $0.000 Anticipated Completion at NTP: NA 

Other NA $0.390 NA $0.001 i 
: # of months late: NA 
ae ae a fen % Construction Change Order: 0% 
= : : Design as Percent of Construction: 20% 
cise Ot72N IFES Eo VEneEN LeBaey Other as Percent of Construction: 25% 


Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [25-Ma 
Design NA $0.730 NA $0.927 
Construction NA 511.600 NA $0.000 Ailepercdl Gears tence sie: NA 
Other NA $3.130 NA $0.738 # of Raters 
Contingency NA 0.536 NA $0.000 SO NA 
Total ns $15.996 NA $1.665 % Construction Change Order: 0% 
- - Design as Percent of Construction: 6% 
CIDE Wels Unset EWEN Eebecy Other as Percent of Construction: 27% 
TRAFFIC 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [3 20} Oct-20 fF  Jun-22 | 
Design NA $0.341 NA $0.084 

Construction NA $1.150 NA $0.000 Anticipated Completion at NTP: NA 

Other NA S0.756 NA S0.017 ; 
Contingenc NA 0.092 NA $0.000 POP monn ae NA 
Total a NA $2.339 NA $0,101 % Construction Change Order: 0% 
: : - Design as Percent of Construction: 30% 
PISIES ONT TYEE URAPEIE peeacy Other as Percent of Construction: 66% 


A- 43 


FFY20 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.525 NA $0.097 
pe i 52.000 va 30.000 Anticipated Completion at NTP: NA 
er NA $0.995 NA $0.002 i‘ 
Contingency NA $0.280 NA $0.000 OU Tino Lele NA 
Total NA $3,800 NA $0.098 % Construction Change Order: 0% 
- : Design as Percent of Construction: 26% 
EEE IEEE Usadals Eeacy Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.416 NA $0.183 
orbs aaa NP 93.117 a 30.000 Anticipated Completion at NTP: NA 
er _NA S0.947 NA $0.019 : 
Contingency NA 0.294 NA $0.000 q OL Ons ate Ne 
Total NA 64.774 NA $0.202 % Construction Change Order: 0% 
- : : Design as Percent of Construction: 13% 
Elsie O08 tu ee es Legacy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.221 NA $0.116 
SLs NA $1.042 NA $0.000 inifgpeicel Gamelan an Ne: NA 
ther _NA S0.296 NA $0.011 ; 
Contingency NA $0.156 NA $0.000 viewed Ueltet NA 
Total NA $1.714 NA $0.127 % Construction Change Order: 0% 
: : Design as Percent of Construction: 21% 
eos EELS Us Saale Leeay Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [06=Mar=20] 23 0 
Design $0.155 $0.155 $0.000 $0.036 
Construction $2.291 $2.291 S0.000 S0.000 “5 ; . 
Gther 50.635 50.635 $0.000  $0.038 Anticipated Eomplenan at NTP: 31-May-21 
; # of months late: 
Contingency $0.115 $0.115 $0.000  $0.000 6 Construction Change Order: 0% 
Total $3.196 $3.196 $0.074 Design as Percent of Construction: 7% 
EPSIE: cooly Ee rele Eebacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: Ap] 
Design NA $0.206 NA $0.057 
Spee uetion NA $3.084 NA $0.000 Anriciparcalcouioictioneenire: NA 
ther NA $1.255 NA $0.157 ' 
Contingency NA $0.155 NA $0.000 sao lina lelset NA 
Total NA $4.700 NA $0.214 % Construction Change Order: 0% 
. - : Design as Percent of Construction: 7% 
PB aue70) Wh SUGAR Past) Other as Percent of Construction: 41% 


A- 44 


FFY20 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.481 NA $0.176 
Construction NA $1.265 NA S0.000 Anticipated Completion at NTP: NA 
Other NA $0.501 NA S0.076 Hof fhelatel 
Contingency NA $0.080 NA $0.000 SrMenee tate: NA 
Total : NA $2.327 NA $0,252 % Construction Change Order: 0% 
eed - - Design as Percent of Construction: 38% 
PA SOD 222 IEE TLR SPEC Epedcy Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.576 NA $0.441 
Construction NA $4.820 NA S0.000 iAptfesieieuli@aaaa ata ae Re: NA 
Other NA $1.054 NA $0.084 # of feeiete: 
Contingency NA 0.100 NA $0.000 Oa Nears: NA 
Total : NA $6.550 NA $0.525 % Construction Change Order: 0% 
- - - Design as Percent of Construction: 12% 
aE ey LAAs SUIS ALS Eeegey Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.613 NA $0.454 
Construction NA $1.742 NA S0.000 Anticipated Completion at NTP: NA 
Other NA S0.777 NA S0.009 itt elsee 
Contingency NA $0.191 NA $0.000 SE MONtS Tete: NA 
Total ; NA $3,323 NA $0.464 % Construction Change Order: 0% 
ora : . Design as Percent of Construction: 35% 
EraIDe ibe TYPES TRATEIG Eeeaey Other as Percent of Construction: 45% 


A- 45 


Project Summary Lists 
Insert A 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
RP Advertise NTP Sub Complete Budget (SM) 
FFY16 
BRIDGE 
0113U Airport Connector & Route 2 Bridges (53C & 81B) WAR A 25 Bas Mem My $58 
0153E Capron Road Bridge No. 792 (70A) SMI At 61 00 iC G24 
0145B Carolina Bridges (57F) CHA; RIC A1 3 0 SSpze MRR May-21 $56 
0183B Central Street Bridge No. 449 (70B) NSM At 61 00 «sis 
0144E Harbor Junction Bridge No. 131 (57E) PVD A-1 10 Gee Ape Kom 434 
0166J Mussey Brook Bridge No. 380 (56C) LIN A-2 ll 
0171B Newman Avenue Bridge No. 224 (57D) EPR A-2 ll): 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BOR; TIN A-2 0 1 Sep-16 Fea] Sepa 9.4 
0143U Pawtucket Area Bridges (53B) PAW A2 01 is Sem Mayme 557 
0143K Pawtucket Avenue Bridge No. 471 (57B) EPR A2 10 k= Tie am 323 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) PVD 3 04 = Ea em 321 
0012R Providence River Pedestrian Bridge PVD 3 (= > Mam 3170 
0012N Ramp El Bridge No. 1083 (56A) PVD B38 01 ks a Ge $05 
0118A Slatersville Stone Arch Bridge No. 273 (70C) NSM 3 01 Fs my Seem 381 
0156C South County Freeway Bridge No. 686 (52A) WAR A-3 10 oe ame Cee 417 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) EXE; RIC 4 20 ie ee Ge 5 
0009N Washington Bridge North No. 700 (57A T - J) EPR; PVD 4“ 10 s- Ea Be s129 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) «HOP; RIC A4 20 MSH Bae Beem 417 
17 43 $98 
PAVEMENT 
0172C 1R Improvements to Smith Street a A-6 0 0 Sep-16 Jan-17 Reem 43.4 
0165X_ High Street & Kingstown Road Improvements SKS A-6 0 0 Mar-16 Jun-16 ROSE 8 $4.2 
0079G 1-95 Resurfacing (Elmwood Avenue to Eddy St) PVD A660 0 0 Es SiC TSCiéS32G 
0078U Providence - Downtown Improvements, C-3 BND, A-7 0 0 Mar-16 Gaaeie e526 
0076N Route 107 1R Improvements BUR A-7 0 0 Betas) Mar-16 Nome 427 
0139H Route 138 Improvements SKS A-7 0 0 Jul-16 Sep-16 NOYES 8 = $0.6 
0055K Statewide Resurfacing C-2, 2017** crarnopensmsP AT = 0 0 523 
0007F Two Mile Corner Reconstruction MID A-7 0 0 Jan-16 Apr-16 Sep-18 $8.4 
0 0 $28 
TRAFFIC 
0153P Bridge End Treatments - HSIP STATEWIDE A-8 0 st hem HW 317 
0091K Coronado Road Pedestrian Enhancements WAR A-8 10 == Et MEW 323 
0102J East Bay/South, C-6 - STC STATEWIDE Ag 0 0 GRRE Mayme BEG 08 
0153R Memorial Blvd. & Francis Street Improvements EVD A-8 0 0 Dec-15, Mar-16 Jun-17 $1.6 
0071V Mineral Spring Avenue HSIP NPR AQ 00 Gee Mayes Gm f21 
0080D Pedestrian and Intersection Safety Improvements - STC wi BARZPRI/TOR;N AQ 0 0 Aas iC 1.3 
a 
0153N Route 102 & Route 117 Improvements - Roundabout COV;SCI;WGR A. 0 0 Sep-16 May-17 ROSES 526 
0116S Statewide LED Retrofit Project STATEWIDE AQ 0 0 Fo ii Gay $40 
0072K Traffic Signal Optimization, C-2 STATEWIDE §=6 AG) 0 ES CCH 
0071T Warwick - HSIP WAR 10.600 0 EA G05 
0 0 $18 
TAP/OTHER 
0021R Blackstone River Bikeway - Segment 1A PVD A-8 0 0 Mar-16 Jul-16 G12 


0 0 $1 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
RP Advertise NTP Sub Complete Budget (SM) 
OPERATING 
0084S Crack Sealing - Limited Access STATEWIDE A4 0 0 == Glia GE 402 
0084Z Crack Sealing - North & East, 2016 STATEWIDE A4 0 0 SEE GGG SEP $02 
0084Y Crack Sealing - South & Central, 2016 STATEWIDE AS 0 0 Se=E@e GGwe SEpe $02 
0084H Paver Placed Elastomeric Surface Treatment 2016 FOS; RIC AS 00 =e Gem Seem 407 
0132G Portsmouth Maintenance Facility POR 5 0600 Cs eae mE $62 
0084G Rubberized Asphalt Chip Seal 2016 cuMcto;HoP AS 0 0 f= Mm May 412 
0073L Statewide Pavement Striping - Central, 2016-2017 STATEWIDE AS 0 0 <= Mayem GSE 321 
O116N Statewide Pavement Striping - Limited Access, 2016-2017 BAR:cRArcUN-E AG 00 SENG REN GWEN $3.1 
P; JAM; JOH; LIN 
7;NKS;NPR;NPT; 
NSM; PAW; POR; P 
VD;RIC;SMI;TI 
V; WAR; WES; WGR 
7;WST 
0073K Statewide Pavement Striping - South, 2016-2017 STATEWIDE AG a iS em 417 
$16 
Number of In design Advertised In Construction Complete Total 17 13 $160 


Projects: 0 0 1 45 46 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
RP Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC Att 10 (x ER ooct-20 ~~ $70 
0114L Central RI Bridges - Group 12 (29 Bridges) ee. Sep-17 Jan-18 = ==Nov-19 $6.0 
C;WAR;WGR; WST 
0114S Cumberland I-295 Corridor Bridges (37T - |) CUM Att 4 0 (EE 86BBSRM tg-20 $16.4 
0168H Hope Valley Bridges (69D) SRS REA 5 SZ ea Bee st 
0143W Horton Farm Bridge No. 472 (57M) EPR At 10 Sai Hepes Mee $13.2 
0013M 1-195 Corridor Bridges (77) EPR; PVD 223 i Ei | 6 3128 
0114U 1-295 Bridges Contract 2 JOH 12 6 0 FER 06 OMay-21 = $345 
0114T 1-295 Bridges Contract | CRA M2 40 i 386 OMay-21 = $193 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A12 4 0 [SBEM MER 8 Apr-21 $21.0 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 "AR A12 2 0 [zi RR osep-20 $193 
0114N Oxford Street Bridge No. 653 (2T) PVD A13 10 Si Epes Bee 389 
0016J Pine Street Bridge No. 548 (31) PAW BsB1fsu§)o$ kl 7 Hmm 72 
0027B Reconstruction of the Route 6/10 Interchange PVD 13069 (0 EE ss CCNov-23 5267.9 
0013L Route 146 Corridor Bridges (38) NSM BRB 20 i == Mmm 374 
0014F Simmonsville Bridge No. 326 (57C) JOH 13 61 (00 Oe St6 
0168C Victory Highway Bridge No. 589 (71) WGR A141 0 [i GRR sep-21 $123 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T HOP; RIC A144 1 0 BER 6G Ofkg-20) $12.11 
40 37 $469 
PAVEMENT 
0173U 1R Improvements to Winsor Avenue JOH; SCI A-16 0 0 Sep-17 Jan-18 Gee. 
0007C East Main Road 1R Improvements POR A-16 0 0 pee=ia Nese Dee = $6.6 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) _ A-16 0 0 fea Geeaiy] Germs $70 
0082C 1-95 Resurfacing, C-2 (Pawtucket) PAW Cs) i? iz Ha 330 
0081D Improvements to US Route 1 (South Kingstown) SKS A-16 0 0 Sep-17 Feb-18 ROSS $5.3 
0081K Pavement Preservation to Rt 1A (Newport Ave) etl A-17 60: (0 Sep-17 Jan-18 533.1 
0081W Route 146 Improvements LIN;NPR;PVD  A-17 0 0 Feb-17) May-17 Nov-17 $4.7 
0081R Route 24 Improvements POR To) i i Hm $52 
0166H Route 4 Improvements, C-2 EGR;NKS;WAR A-17 0 0 peraie Jan-17 Mayes $4.1 
0173S Snell Road Improvements LCM Ty i i” Ha ios 
0173Z US Route 6 Hartford Ave JOH; SCI so) = i HE 60 
0165V Woodville Road Improvements HOP; RIC A-18 0 0 Aug-17 Geeeud Sep-18 $2.4 
0 0 $49 
TRAFFIC 
0025E Coventry - Local Safety Improvements cov 9)6OUl0 0 (i i BC‘éSCO 
0025F Cranston - Local Safety Improvements CRA A-19 0 0 Aug-17 Nov-17 NOVEM 38 $05 
0153T Diamond Hill Road Improvements at Mendon Road WNS A-19 0 0 Sep-17 Jan-18 Jun-19 $1.6 
0025J High Friction Surface Treatments 2016 STATEWIDE A-19 0 0 Jan-17 Apr-17 Sey $06 
0073Z HSIP-Intersection Safety Improvements to Route 108 at C SKS A-19 0 0 beeead) Jan-18 Bees 40.7 
0061K Improvements to Rt 44/100 Intersection and Chepachet Ri 4° A-20 0 0 Jan-17 Mar-17 May-18 $1.5 
0011D Intersection Safety Improvements Newport, Warwick, John JOH;NPT;WAR  A-20 0 0 Sep-17 Jan-18 Nov-18 $1.1 
0025P Statewide Road Diet 2017 STATEWIDE A.20 0 0 AGH MG AGG f06 
0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE A.20 00 =? ayy | 6 Oost4 
0 0 $8 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
RP Advertise NTP Sub Complete Budget (SM) 

TAP/OTHER 

0021U Blackstone Bikeway 8C NSM; WNS Ms 00 =? Spay 86M 528 

0006A Rhodeworks Toll Facilities STATEWIDE A18 0 0 DRG  DBRBGRM dec-20 $424 
0 0 $45 

STORMWATER 

0166M High Street/Kingstown Road Stormwater Mitigation SKS A-18 0 0 Mar-17 Jun-17 $0.2 
0 0 $0 

OPERATING 

0084C 2017 Crack Sealing Limited Access STATEWIDE A144 Ol $0.5 

0084B 2017 Crack Sealing North and East Regions STATEWIDE A144 00 $0.5 

0084A 2017 Crack Sealing South and Central Regions STATEWIDE A144 00> $0.6 

0086Y 2017 Paver Placed Elastomeric Surface Treatment nee eae: 20) 0 Apr-17— Jun-17 $1.2 

0086X 2017 Rubberized Asphalt Chip Sealing covirosicion Ads 0 0 i i $2.0 

0073M 2017-2018 Statewide Pavement Striping -North purcracome At5 0 0 i = $1.8 

M; PAW; SMI; WNS 

0201V 1-95 Corridor Preservation - Bridge Washing (58C) CRA;PVD;WAR ~15 718 [i (aay $5.3 

0073 Statewide Pavement Striping Eastbay 17-18 STATEWIDE A145 0 0 [SE  Mayeay $1.9 
7 18 $14 

Number of In design Advertised In Construction Complete Total 47 55 $586 


Projects: 0 0 10 39 49 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
RP Advertise NTP Sub Complete Budget (SM) 
FFY18 
BRIDGE 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR eee 0G esiC( (NCi(‘i 20S 575 
0013P Bridge Group 06 - PVD PVD A21 07 as Beams $7.8 
0013G Bridge Group 09 - CRA, JOH CRA; JOH nssose ki iz ead 
0013S Bridge Group 13A - Rt 146 C-1 NSM; PVD A21 0 7  SEis Sezai $4.4 
0013U Bridge Group 15A - East Bay BAR;EPR;WRN A-21 0 16 [2 Gaaaag $6.5 
0015A Bridge Group 15B - Aquidneck Island ae pea eae, A-22 0 20 Sep-18 Nov-18 $5.4 
0017E Bridge Group 16T-13 - Woonasquatucket Br PVD A22 10 Si 86AGeRie $6.7 
0114V Bridge Group 357-8 - I-295 C-3 JOH A22 2 0 [ERR HR ooct-22 $107 
0017G Bridge Group 38C - Geneva Pond PVD A22 1 0 Meyeis  Aagzis $2.6 
0114J Bridge Group 38T-12 - Rt 146 Farnum Pk NSM A2 02 as GE 8 sun-22 $100 
0015B Bridge Group 46A - Lafayette Rd NKS A2 10 fees Seve $6.3 
0145Q Bridge Group 48A - Howard Rd cuM BSB 10 i iz $1.7 
0143A Bridge Group 57K - Big River WGR A23 0 1 Seva 8 6MaEaie $2.3 
0201A Bridge Group 58B - Railroad Ave BUR A223 10 = Game $1.7 
0201B Bridge Group 58E - Barbs Hill Rd cov B10 i” zz $1.5 
0194C Bridge Group 59A - Park Ave RR CRA A24 10 pees 6BBBEZO $6.9 
0014D Bridge Group 59B - Centerville Rd WAR 2 10 Ei  MaEmie $4.2 
0014Z Bridge Group 62T-11 - Louisquisset Pk LIN A24 1 0  Me@RMS BBR dec-21 $149 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp PVD A24 1 0  MeMHMS AGS 8 Nov-20 $37 
0170B Replacement of the Park Avenue Bridge No. 480 Superstru A-24 1 0 Jul-18 Sep-18 Nov-21 $2.0 
13 68 $109 
PAVEMENT 
0012Q 1-195 Relocation - C-17 - Waterfront Parks PVD A2 00 ei Mais Se 61 
0012T |-195 Relocation - C-18 - Gano St PVD A2 0 0 SSS Bes 86M si6 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) BAR A27 600 (0) MS SBE Mg27 
0165J Railroad St (Manville Hill Rd - Rt 126) LIN A27 600 (0 MS GS TSg23 
0173K Rockland Rd (Central Pk to Danielson Pk) SCI A276 (0 0 ES (eS CBC Gt 4 
0130E Rt 2- Reservoir Ave (Sockanosset Cross Rd - Rt 12) CRA wre §$ it i Ea 45 
0061A Rt 44 -C-3B (RIDOT Maint Facility W. Greenville Rd) ChOsSMz wri i z Hm 375 
0138B Rt 6A - Hartford Ave C-2 (Rt 5 - Killingly St) JOH A238 0 0 pais 86s 6 2 
0 0 $27 
TRAFFIC 
0025S 2018 Roadway Departure Mitigation - C-1 See 0:0 ae sa es 
R 
0025K 2018 Intersection Safety Improvements - Statewide Pa 0 moeis «= ES CEC 
0011E Aquidneck Avenue HSIP MID A209 0 0 BSpEis Nevis 86ND 05 
0076Z Aquidneck Avenue Improvements MID A-29 0 0 pereacli cone] REM $18 
0072Z HSIP - Rt 1, S. County Median Guardrail CHA; WES A-29 0 0 SSpEas 06S = M5222 
0025N Intersection Safety Improvements 2017 Statewide ome CUM; PVD;W A-29 0 0 Feb-18 May-18 e521 
0073X Intersection Safety Improvements to Rt 114 between Bear ©UM A-29 0 0 ams BAC 20S 575 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Cr SM! A-30 0 0 Jul-18 Oct-18 COM = 406 
0071P Metacom Avenue - HSIP BRI; WRN A320 0 0 AEs Gees Hee 331 
0025Q Roadway Departure Mitigation - Guardrail and Median Impr NSM; WAR A30 0 0 Sa Eas GE sis 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
RP Advertise NTP Sub Complete Budget (SM) 
0091S Roadway Departure Mitigation - Systemic High Friction Sur CR&* GLO A330 0 0 Jun-18 Aug-18 EM 8 $0.8 
0073S Rt 146 Guide Signs - C-1 - North NSM A30 0 006 as SE g15 
0162A SRTS -C-1 (Cra, Epr) CRA; EPR A31 0 0 =i Gime Beem 411 
0080H STC - Allens Avenue at Terminal and Ernest EVD A-31 0 0 Feb-18 May-18 May-19 $0.8 
0080C STC - Statewide Pedestrian and Intersection Safety Improv BAR? CUMZEGR;T A310 0 ms ees Bem sis 
V;WAR;WST 
00 $27 
TAP/OTHER 
0021S Blackstone River Bikeway - 8B-1 WNS A232 0 0 eas Gime Gem 525 
0026P Trestle Trail Bridges - West cov A283 0 0 HRS GRRRMR ct-20 $28 
0 0 $5 
OPERATING 
0105C 2018 Crack Sealing Limited Access STATEWIDE A265 0 0 Ses Gets Gee 403 
0105F 2018 Crack Sealing North and East Regions STATEWIDE «A258 00 CCG 
0105B 2018 Crack Sealing South and Central Regions STATEWIDE A205 0 0 Fe Mees RRS 407 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1  JAM/NSM/SCT/N A256 QO Baa Bae Cee 112 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 EPR? were Ay 00 mys Aas Beem 320 
0105E 2018 Rubberized Asphalt Chip Seal C-1 BuricovicumsF A26 0 0 i i = g14 
01054 2018 Rubberized Asphalt Chip Seal C-2 exe;norsricss 26 0 0 i i HM sis 
0131L Salt Storage Facility - Portsmouth POR 20) i”? _ mm 2 
0 0 $9 
Number of In design Advertised In Construction Complete Total 13 68 $178 


Projects: 0 0 16 37 33 


Construction 
NTP Sub Complete Budget (SM) 


PTSID 


Project Name 


FFY19 


BRIDGE 


0013A 
0013N 


Bridge Group 01 - PVD 
Bridge Group 03 - I-95 


0114W Bridge Group 12A - Sandy Bottom 


0013V 
0015C 


Bridge Group 16A - FOS, GLO, PVD, SCI, SMI 
Bridge Group 16B - FOS, JOH, PVD, SCI 


0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI 


0031Y 
0114X 
0015D 
2601G 
2601E 
0143C 
0156D 
0014M 


Bridge Group 18B - EGR, NKS 

Bridge Group 40A - Hawkins 

Bridge Group 40B - Bath St East 
Bridge Group 44A - Silver Creek 
Bridge Group 51A - Rt 37 C-2 

Bridge Group 54A - Kingston Rd Bridge 
Bridge Group 58A - Division St 

Bridge Group 62 - Manville Br 


PAVEMENT 


0105H 
2602B 
2602C 
2601D 
2601F 


2602A 


2601Z 
2601C 
0004D 
0173G 
0173H 
0055L 
0050A 
0076R 
0081Y 
0081J 


2018 Crack Sealing South and Central Regions C-2 
2019 Crack Sealing North and East Regions C-1 

2019 Crack Sealing South and Central Regions C-1 
2019 Paver Placed Elastomeric Surface Treatment C-1 
2019 Paver Placed Elastomeric Surface Treatment C-2 


2019 Paver Placed Elastomeric Surface Treatment C-3 


2019 Rubberized Asphalt Chip Seal 

2019 Rubberized Asphalt Chip Seal C-1 

Broad St Regeneration 

Central Pk & Battey Meetinghouse Rd 

Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) 
Old Tower Hill Rd (Rt 108 - Rt 1) 

Pell Bridge Ramps - Phase 1 

Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) 

Rt 6 - (Rt 102 - Rt 101) 

Rt 78 (Rt 1 - Conn S/L) 


TRAFFIC 


0192J High Friction Surface Treatment - |-95 Curves Pawtucket, 


Locations Page 


PVD A-32 
PAW A-32 
cov A-32 


FOS;GLO;PVD;S A-39 
CI;SMI 


FOS; JOH; PVD;S A.39 
CI 


BUR; CUM; LIN;N A-33 


PR; NSM; SMI 

EGR; NKS A-33 
PVD A-33 
PVD A-33 
BRI A-33 
CRA; WAR A-34 
RIC A-34 
EGR A-34 
cuM A-34 
STATEWIDE A-35 
STATEWIDE A-35 
STATEWIDE A-35 


COV;CRA;CUM A\.35 


0091T Roadway Departure Mitigation - Non-Freeway Roadside Im STATEWIDE A-38 


2601U 
0162G 
0162H 
0080E 


SRTS - C-1A (Bar) 

SRTS - C-2 (Nar) 

SRTS - C-3 (Smi, Wns) 

STC Misc Improvements 2018 


CRA;RIC;SCI;S A.36 
KS 

BRI;EPR;JOH;S A-36 
MI 

BUR;NSM;RIC A-36 
BUR;GLO;SCI A-36 
CFA; CUM; PAW A-36 
SCI A-37 
cov A-37 
SKS A-37 
MID;NPT A-37 
EPR A-37 
scl A-38 
WES A-38 
PAW A-38 
BAR A-38 
NAR A-39 
SMI; WNS A-39 


COV; CUM; LIN;N A.39 
SM; POR; PVD; SM 
I;WAR 
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=_a = = LE S| SlUC CUO 


= 
i) 
fo) 
BO 
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Schedule 


Advertise 


q 
¢ 
5 
N 
w 


May-21 
Dec-21 
May-21 


nN GQ Oo 

o a @ 

Oo 53 Aa 
1 

NM NM NY 

oF -@ 


$15.2 
$10.2 
$5.2 
$6.3 


$3.2 
$4.0 


$2.8 
$2.2 
$2.4 
$2.6 
$58.2 
$14.6 
$15.7 
$7.0 
$149 


$0.4 
$0.7 
$0.7 
$1.8 
$2.2 


$1.6 


$1.7 
12 
$13.0 
$3.3 
$0.6 
$2.3 
$6.3 
$3.0 
$6.2 
$3.4 
$48 


$1.8 
$1.1 
$1.1 
$1.3 
$1.1 
$1.9 


PTSID Project Name 


2601H STC Misc Improvements 2019 


Locations 


Page 


COV;EPR;HOP;J A-39 


OH; LIN; NPR;NS 
M; POR; TIV; WES 


;WGR 
OPERATING 
9003E Materials Lab - Quality Assurance EVD 
0131M Salt Storage Facility - East Providence a 
Number of In design Advertised In Construction Complete Total 
Projects: 0 0 24 15 39 


0 


BRIDGES 
R P 


0 


Oo CO O&O 


Construction 


Advertise NTP 


Sub Complete Budget ($M) 


Jun-21 $1.7 


$10 


Jul-20 $29 
Oct-20 $2.4 


$5 
$213 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY20 
BRIDGE 
2603F Bridge Group 32 - 1-95 CRA; PVD A402 2  Aug-20  Nov-20  Aug-22 $393 
0013R Bridge Group 10 - 1-295 SMI A-40 0 10 Mar-20 Jul-20 Apr-22 $10.0 
0013X Bridge Group 18A - EGR, NAR, NKS EGR;NAR;NKS A4Q 012  Aug-20 Dec-20 May-22 $46 
0016N Bridge Group 35 - 1-295 SMI A400 14 Sep-20 Feb-21 Oct-23 $90 
2601A Bridge Group 43A - Mohegan BUR A4O 1 0 MBM aug-20  Apr-23 $58 
0017B Bridge Group 49 - Henderson EPR; PVD A-41 1 0 Mar-20 Aug-20 Aug-24 $70.0 
0145C Bridge Group 53 - Union Village RR NSM A411 0 (BRRBM sul-20  Apr-23 $34 
2602U Bridge Group 57T-10 - |-195 Washington North Ph. 2 EPR; PVD A-41 1 0 BBB Avg-20- Aug-25 $53.0 
0018B Bridge Group 75T-5 - |-95 Viaduct NB PVD A41 9 5 (RRM sul-20 8 Nov-26 5212.0 
15 30 $400 
PAVEMENT 
2603B 2020 Crack Sealing Limited Access C-1 CRA;EXE;HOP;P A.4{ 0 0 [REO  GRREAD Nov-20 $14 
VD; RIC; WES; WG 
R 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 tl JOH;SMT;W A-42 Q 0 Eeoea0 = Ape) Nov-20 $1.6 
2603A 2020 Rubberized Asphalt Chip Seal C-1 eee hae 20. 0 eo i-21S 123 
0078V ADA Improvements to Greene Lane mrp A422 0 0 Nov-19 Jan-20 Jun-21 $1.5 
0079P Danielson Pk (Rt 102 - West Greenville Rd) SCI A42 0 0 Ga MERRBG vec-20 = $48 
0082D 1-95 (Charles St - Lonsdale Ave) PAW; PVD A42 0 0 SOS BEBO sun-21 $45 
0050B Pell Bridge Ramps - Phase 2 eas A430 2 Aug-20 Mar-21 Jul-24 — $30.2 
0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) LCM 43 0 0 SS 86RD un-21 $116 
0172N Rt 1A, Old Post Rd Charlestown A430 OO Jul-20 Oct-20 Nov-21 $1.6 
0079B Rt5-Lambert Lind Hwy C-1 (Mayfield Ave - I-95) CRA;WAR A431 0 (MBRBBG sep-20  May-23 $11.6 
{° 2 $60 
TRAFFIC 
0091P HSIP - Crosswalk & Sign Enhancements core ads. OD ag (oct -20 dun-22 $4.2 
2603P HSIP - Crosswalk & Signal Improvements 2020 rae ae tee A44 0 0 May-20 Dec-20 Dec-22 $2.0 
T 
0091U HSIP - Intersection Safety - Route 6 HOS? Ser A44. 0 0 Jul-20 Oct-20 Jun-22 $3.1 
0153K HSIP - Intersection Safety Improvements - 2020 eve A440 0 Aug-20 Nov-20 Dec-21 $1.0 
2601Y HSIP - Roadway Departure Mitigation - 2020 STATEWIDE A44 0 0 [EO GRRRMD may-21 $23 
00701 HSIP - Signalization of Allens Ave. C-5 PVD A44 0 0 (BBBBM aug-20 Ddec-21 $31 
0025Z Intersection Safety Improvements 2019 C-2 PVD;BAR;J A-45 0 OQ Sep-20 Nov-20 May-22 $1.3 
0073T Rt 146 Guide Signs - C-2 LIN;NPR7PVD A-45 0 Q  [RBBE@M  Sep-20 Aug-22 $48 
0162D SRTS - C-4 (Wm) WRN A450 0 Aug-20  Feb-21 Oct-22 $47 
0 0 $21 
Number of In design Advertised In Construction Complete Total 16 32 $481 


Projects: 9 ile 8 0 28 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quarter Quarter +/- Comments 
0016N Bridge Group 35 - I-295 Schedule changes due to COVID-19 
Advertise 6/30/2020 — 9/30/2020 EGA 
NTP 10/31/2020 2/28/2021 (AG 
Substantially Complete 5/31/2023 _ 10/31/2023 ISS 
0025Z Intersection Safety Improvements 2019 C-2 Project re-scoped in coordination with the city 
Advertise 7/30/2020 — 9/30/2020 Ga 
NTP 9/30/2020 11/30/2020 Gal 
2602U Bridge Group 57T-10 - I-195 Washington North Ph. 2 Achieved Advertisement 
Advertise 4/30/2020 4/10/2020 NBO 
2603P HSIP - Crosswalk & Signal Improvements 2020 Achieved Advertisement 
Advertise 5/31/2020 5/29/2020 ND 
0070! HSIP - Signalization of Allens Ave. C-5 Achieved Advertisement 
Advertise 4/30/2020 _ 4/28/2020 IN 
0073T Rt 146 Guide Signs - C-2 Schedule changes due to COVID-19 
NTP 6/30/2020 9/30/2020 EGA 
Substantially Complete _5/31/2022 __8/31/2022 INO 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) Schedule changes due to COVID-19 
NTP 6/30/2020 9/30/2020 IRSA 
2603B 2020 Crack Sealing Limited Access C-1 Accelerated NTP 
NTP 7/30/2020 __ 6/4/2020 (NBG 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 Accelerated NTP 
NTP 7/31/2020 __ 4/9/2020 (AWB 
2603A 2020 Rubberized Asphalt Chip Seal C-1 Accelerated NTP 
NTP 7/31/2020 __ 4/9/2020 A 
0145Q Bridge Group 48A - Howard Rd Field delay due to COVID-19 
Substantially Complete __ 6/30/2020 __ 6/30/2021 RBBB 
0014D Bridge Group 59B - Centerville Rd Delay due to utilities and deterioration was more significant than originally 
anticipated 
Substantially Complete 4/30/2020 _ 8/31/2020 BB 
2601Y HSIP - Roadway Departure Mitigation - 2020 Achieved NTP 
NTP 6/30/2020 6/23/2020 J 
2601Z 2019 Rubberized Asphalt Chip Seal Accelerated Completion 
Substantially Complete 5/31/2020 __ 4/10/2020 NB 
2601C 2019 Rubberized Asphalt Chip Seal C-1 Accelerated Completion 
Substantially Complete 5/31/2020 __ 4/10/2020 N54) 
0013S Bridge Group 13A - Rt 146 C-1 Accelerated Completion 


Substantially Complete _5/31/2020 __4/15/2020 N46 
0192J High Friction Surface Treatment - I-95 Curves Pawtucket, Route 24, Route Accelerated Completion 
Substantially Complete 7/31/2020 6/30/2020 NSH 


Budget Changes Since Last Quarter 


PTS NAME Last Current +/- 
Quarter Quarter 
In Design 
0025Z Intersection Safety Improvements 2019 C-2 $2.105  $2.327 (ere Project re-scoped in coordination with the city 
Subtotal $0.222 
Advertised 
0145C Bridge Group 53 - Union Village RR $3.811  $5.243 [BABA Adjusted to reflect actual bid price 
0018B Bridge Group 757-5 - I-95 Viaduct NB $241,000 $265.000 [§§ZNGGTH Adjusted to reflect actual bid price 
Subtotal $25.432 
In Construction 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C- $2.500  $2.203  {NGORS7)) Revised for NTP Budget 
2603A 2020 Rubberized Asphalt Chip Seal C-1 $1.500  $1.792 [RNSOBBRN Revised for NTP Budget 
0013A Bridge Group 01 - PVD $12.678  $18.463 $5,785 Adjusted to reflect revised project cost due to changes in 
scope. 
0014Z Bridge Group 62T-11 - Louisquisset Pk $14.516 $19.396 [§NBAIBBON) Revised for NTP Budget 
2601Y — HSIP - Roadway Departure Mitigation - 2020 $4.625  $3.196 [GARB] Revised for NTP Budget 
0082D _I-95 (Charles St - Lonsdale Ave) $8.481  $6.581 ~ ($1.900) Budget revised in preparation for Substantial Completion. 
Subtotal $7.331 
Complete 
00138 Bridge Group 13A - Rt 146 C-1 $7.112  $6.803  [§IGOIBOS)] Revised for project closeout 
0144E — Harbor Junction Bridge No. 131 (57E) $6.941  $6.481 [GOED] Revised for project closeout 
0072Z SIP - Rt 1, S. County Median Guardrail $2.854 $2.473  [IGOIBBA)) Revised for project closeout 
0201V __ I-95 Corridor Preservation - Bridge Washing (58C) $7.656 $7.296 ~ ($0.360). Revised for project closeout 
0153R Memorial Blvd. & Francis Street Improvements $2.635 $2.528 ~ ($0.107). Revised for project closeout 
0139H — Route 138 Improvements $0.941 $0.944 ~ $0.003 Revised for project closeout 
0118A —_Slatersville Stone Arch Bridge No. 273 (70C) $13.459 $12.940 [§GOIBIB}) Revised for project closeout 
0165V Woodville Road Improvements $4.387  $3.237  GAMBO)) Revised for project closeout 
Subtotal ($3.283) 


Total $29.702 


Index of Projects by Municipality 
Insert A 


Index of Projects by Municipality 


PTSID Project Name Type Appendix 
BARRINGTON 

0013U Bridge Group 15A - East Bay BRIDGE A-21 
00252 Intersection Safety Improvements 2019 C-2 TRAFFIC A-45 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) PAVEMENT A-27 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
2601U SRTS - C-1A (Bar) TRAFFIC A-38 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
BRISTOL 

2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
2601G Bridge Group 44A - Silver Creek BRIDGE A-33 
0071P Metacom Avenue - HSIP TRAFFIC A-30 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
BURRILLVILLE 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
2601A Bridge Group 43A - Mohegan BRIDGE A-40 
0201A Bridge Group 58B - Railroad Ave BRIDGE A-23 
0076N Route 107 1R Improvements PAVEMENT A-7 
CENTRAL FALLS 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0004D Broad St Regeneration PAVEMENT A-36 
CHARLESTOWN 

0145B Carolina Bridges (57F) BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-29 
0172N Rt 1A, Old Post Rd Charlestown PAVEMENT A-43 
COVENTRY 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-42 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
0114W Bridge Group 12A - Sandy Bottom BRIDGE A-32 
0201B Bridge Group 58E - Barbs Hill Rd BRIDGE A-23 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 


0025E Coventry - Local Safety Improvements TRAFFIC A-19 


PTSID Project Name Type Appendix 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) PAVEMENT A-37 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0026P Trestle Trail Bridges - West TAP/OTHER A-28 
CRANSTON 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
2603F Bridge Group 32 — I-95 BRIDGE A-40 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-21 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-34 
0194C Bridge Group 59A - Park Ave RR BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0025F Cranston - Local Safety Improvements TRAFFIC A-19 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-43 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-44 
0114T |-295 Bridges Contract | BRIDGE A-12 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0170B Replacement of the Park Avenue Bridge No. 480 Superstructure BRIDGE A-24 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-30 
0130E Rt 2 - Reservoir Ave (Sockanosset Cross Rd - Rt 12) PAVEMENT A-27 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-43 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-31 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
CUMBERLAND 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0145Q Bridge Group 48A - Howard Rd BRIDGE A-23 
0014M Bridge Group 62 - Manville Br BRIDGE A-34 
0004D Broad St Regeneration PAVEMENT A-36 
0114S Cumberland I-295 Corridor Bridges (37T - |) BRIDGE A-11 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I|-295 Cumberland TRAFFIC A-29 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 


PTSID 


Project Name Type Appendix 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
OO80E STC Misc Improvements 2018 TRAFFIC A-39 
EAST GREENWICH 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0013X Bridge Group 18A - EGR, NAR, NKS BRIDGE A-40 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-33 
0156D Bridge Group 58A - Division St BRIDGE A-34 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
EAST PROVIDENCE 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
0013U Bridge Group 15A - East Bay BRIDGE A-21 
0017B Bridge Group 49 - Henderson BRIDGE A-41 
2602U Bridge Group 57T-10 - I|-195 Washington North Ph. 2 BRIDGE A-41 
0143W Horton Farm Bridge No. 472 (57M) BRIDGE A-11 
0013M I-195 Corridor Bridges (77) BRIDGE A-12 
00252 Intersection Safety Improvements 2019 C-2 TRAFFIC A-45 
0171B Newman Avenue Bridge No. 224 (57D) BRIDGE A-2 
0143K Pawtucket Avenue Bridge No. 471 (57B) BRIDGE A-2 
0076R Rt 44 - Taunton Ave (Rt 14/114 - Mass S/L) PAVEMENT A-37 
0131M Salt Storage Facility - East Providence OPERATING A-35 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-31 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
OOO9N Washington Bridge North No. 700 (57A T - J) BRIDGE A-4 
EXETER 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-43 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-4 
FOSTER 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 


PTSID Project Name Type Appendix 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0091U HSIP - Intersection Safety - Route 6 TRAFFIC A-44 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-5 
GLOCESTER 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E TRAFFIC A-20 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-30 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-27 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
HOPKINTON 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-4 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-14 
0165V Woodville Road Improvements PAVEMENT A-18 
JAMESTOWN 

0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
JOHNSTON 

0173U 1 R Improvements to Winsor Avenue PAVEMENT A-16 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-42 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-21 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0016N Bridge Group 35 - I-295 BRIDGE A-40 
0114V Bridge Group 35T-8 - |-295 C-3 BRIDGE A-22 
0114U |-295 Bridges Contract 2 BRIDGE A-12 
0025Z Intersection Safety Improvements 2019 C-2 TRAFFIC A-45 


PTSID Project Name Type Appendix 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0138B Rt 6A - Hartford Ave C-2 (Rt 5 - Killingly St) PAVEMENT A-28 
0014F Simmonsville Bridge No. 326 (57C) BRIDGE A-13 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0173Z US Route 6 Hartford Ave PAVEMENT A-18 
LINCOLN 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
O086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0016N Bridge Group 35 - I-295 BRIDGE A-40 
0014Z Bridge Group 62T-11 - Louisquisset Pk BRIDGE A-24 
0166) Mussey Brook Bridge No. 380 (56C) BRIDGE A-2 
0165) Railroad St (Manville Hill Rd - Rt 126) PAVEMENT A-27 
0081W Route 146 Improvements PAVEMENT A-17 
0073T Rt 146 Guide Signs - C-2 TRAFFIC A-45 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
LITTLE COMPTON 

0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) PAVEMENT A-43 
0173S Snell Road Improvements PAVEMENT A-17 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
MIDDLETOWN 

0078V ADA Improvements to Greene Lane PAVEMENT A-42 
0011E Aquidneck Avenue HSIP TRAFFIC A-29 
0076Z Aquidneck Avenue Improvements TRAFFIC A-29 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-44 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-37 
0007F Two Mile Corner Reconstruction PAVEMENT A-7 
NARRAGANSETT 

0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0013X Bridge Group 18A - EGR, NAR, NKS BRIDGE A-40 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0162G SRTS - C-2 (Nar) TRAFFIC A-39 
NEW SHOREHAM 

0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
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NEWPORT 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-44 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-37 
0050B Pell Bridge Ramps - Phase 2 PAVEMENT A-43 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
NORTH KINGSTOWN 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0013X Bridge Group 18A - EGR, NAR, NKS BRIDGE A-40 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-33 
0015B Bridge Group 46A - Lafayette Rd BRIDGE A-23 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-44 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
NORTH PROVIDENCE 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-44 
0071V Mineral Spring Avenue HSIP TRAFFIC A-9 
0081W Route 146 Improvements PAVEMENT A-17 
0073T Rt 146 Guide Signs - C-2 TRAFFIC A-45 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
NORTH SMITHFIELD 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
0021U Blackstone Bikeway 8C TAP/OTHER A-18 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-21 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0114) Bridge Group 38T-12 - Rt 146 Farnum Pk BRIDGE A-22 
0145C Bridge Group 53 - Union Village RR BRIDGE A-41 
0183B Central Street Bridge No. 449 (70B) BRIDGE A-1 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 14 TRAFFIC A-30 
0013L Route 146 Corridor Bridges (38) BRIDGE A-13 
0073S Rt 146 Guide Signs - C-1 - North TRAFFIC A-30 
0118A Slatersville Stone Arch Bridge No. 273 (70C) BRIDGE A-3 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
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2601H STC Misc Improvements 2019 TRAFFIC A-39 
PAWTUCKET 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0013N Bridge Group 03 - I-95 BRIDGE A-32 
0004D Broad St Regeneration PAVEMENT A-36 
01925 High Friction Surface Treatment - I-95 Curves Pawtucket, Route 24, Route 37 TRAFFIC A-38 
0082D I-95 (Charles St - Lonsdale Ave) PAVEMENT A-42 
0114R I-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) BRIDGE A-12 
0082C I-95 Resurfacing, C-2 (Pawtucket) PAVEMENT A-16 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAVEMENT A-17 
0143U Pawtucket Area Bridges (53B) BRIDGE A-2 
0016) Pine Street Bridge No. 548 (31) BRIDGE A-13 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
PORTSMOUTH 

2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0007C East Main Road 1R Improvements PAVEMENT A-16 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-43 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-2 
0132G Portsmouth Maintenance Facility OPERATING A-5 
0081R Route 24 Improvements PAVEMENT A-17 
0131L Salt Storage Facility - Portsmouth OPERATING A-26 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
PROVIDENCE 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
2603F Bridge Group 32 — 1-95 BRIDGE A-40 
0172C 1R Improvements to Smith Street PAVEMENT A-6 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0021R Blackstone River Bikeway - Segment 1A TAP/OTHER A-8 
0013A Bridge Group 01 - PVD BRIDGE A-32 
0013P Bridge Group 06 - PVD BRIDGE A-21 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-21 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0017E Bridge Group 16T-13 - Woonasquatucket Br BRIDGE A-22 
0017G Bridge Group 38C - Geneva Pond BRIDGE A-22 
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0114x Bridge Group 40A - Hawkins BRIDGE A-33 
0015D Bridge Group 4OB - Bath St East BRIDGE A-33 
0017B Bridge Group 49 - Henderson BRIDGE A-41 
2602U Bridge Group 57T-10 - I|-195 Washington North Ph. 2 BRIDGE A-41 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp BRIDGE A-24 
0018B Bridge Group 75T-5 - I-95 Viaduct NB BRIDGE A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0144E Harbor Junction Bridge No. 131 (57E) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-43 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-44 
0153K HSIP - Intersection Safety Improvements - 2020 TRAFFIC A-44 
0070! HSIP - Signalization of Allens Ave. C-5 TRAFFIC A-44 
0013M I-195 Corridor Bridges (77) BRIDGE A-12 
0012Q I-195 Relocation - C-17 - Waterfront Parks PAVEMENT A-26 
0012T I-195 Relocation - C-18 - Gano St PAVEMENT A-26 
0082D I-95 (Charles St - Lonsdale Ave) PAVEMENT A-42 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0079G I-95 Resurfacing (Elmwood Avenue to Eddy St) PAVEMENT A-6 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0025Z Intersection Safety Improvements 2019 C-2 TRAFFIC A-45 
9003E Materials Lab - Quality Assurance OPERATING A-34 
0153R Memorial Blvd. & Francis Street Improvements TRAFFIC A-8 
0114N Oxford Street Bridge No. 653 (2T) BRIDGE A-13 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0078U Providence - Downtown Improvements, C-3 PAVEMENT A-7 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) BRIDGE A-3 
0012R Providence River Pedestrian Bridge BRIDGE A-3 
0012N Ramp El Bridge No. 1083 (56A) BRIDGE A-3 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-13 
0081W Route 146 Improvements PAVEMENT A-17 
0073T Rt 146 Guide Signs - C-2 TRAFFIC A-45 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080H STC - Allens Avenue at Terminal and Ernest TRAFFIC A-31 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
OOO9N Washington Bridge North No. 700 (57A T - J) BRIDGE A-4 
RICHMOND 

OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
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2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
0170C Baker Pines Bridge No. 593 BRIDGE A-11 
0143C Bridge Group 54A - Kingston Rd Bridge BRIDGE A-34 
0145B Carolina Bridges (57F) BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-43 
0153K HSIP - Intersection Safety Improvements - 2020 TRAFFIC A-44 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-4 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-4 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-14 
0165V Woodville Road Improvements PAVEMENT A-18 
SCITUATE 

0173U 1 R Improvements to Winsor Avenue PAVEMENT A-16 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0173G Central Pk & Battey Meetinghouse Rd PAVEMENT A-37 
0079P Danielson Pk (Rt 102 - West Greenville Rd) PAVEMENT A-42 
0091U HSIP - Intersection Safety - Route 6 TRAFFIC A-44 
0173K Rockland Rd (Central Pk to Danielson Pk) PAVEMENT A-27 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
0081Y Rt 6 - (Rt 102 - Rt 101) PAVEMENT A-38 
0173Z US Route 6 Hartford Ave PAVEMENT A-18 
SMITHFIELD 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
26022 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-42 
0013R Bridge Group 10 - I-295 BRIDGE A-40 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
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0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0016N Bridge Group 35 - I-295 BRIDGE A-40 
0153E Capron Road Bridge No. 792 (70A) BRIDGE A-1 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Crossings TRAFFIC A-30 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-27 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-39 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
OO80E STC Misc Improvements 2018 TRAFFIC A-39 
SOUTH KINGSTOWN 

O0086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
0165X High Street & Kingstown Road Improvements PAVEMENT A-6 
0166M High Street/Kingstown Road Stormwater Mitigation STORMWATER A-18 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Curtis Corner Rd TRAFFIC A-19 
0081D Improvements to US Route 1 (South Kingstown) PAVEMENT A-16 
0055L Old Tower Hill Rd (Rt 108 - Rt 1) PAVEMENT A-37 
0139H Route 138 Improvements PAVEMENT A-7 
STATEWIDE 

0084C 2017 Crack Sealing Limited Access OPERATING A-14 
0084B 2017 Crack Sealing North and East Regions OPERATING A-14 
0084A 2017 Crack Sealing South and Central Regions OPERATING A-14 
0105C 2018 Crack Sealing Limited Access OPERATING A-25 
0105F 2018 Crack Sealing North and East Regions OPERATING A-25 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-25 
0105H 2018 Crack Sealing South and Central Regions C-2 PAVEMENT A-35 
2602B 2019 Crack Sealing North and East Regions C-1 PAVEMENT A-35 
2602C 2019 Crack Sealing South and Central Regions C-1 PAVEMENT A-35 
0153P Bridge End Treatments - HSIP TRAFFIC A-8 
0084S Crack Sealing - Limited Access OPERATING A-4 
0084Z Crack Sealing - North & East, 2016 OPERATING A-4 
0084Y Crack Sealing - South & Central, 2016 OPERATING A-5 
0102) East Bay/South, C-6 - STC TRAFFIC A-8 
0025) High Friction Surface Treatments 2016 TRAFFIC A-19 
2601Y HSIP - Roadway Departure Mitigation - 2020 TRAFFIC A-44 
0006A Rhodeworks Toll Facilities TAP/OTHER A-18 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Improvements 2019 C-1 TRAFFIC A-38 
0116S Statewide LED Retrofit Project TRAFFIC A-9 
0073L Statewide Pavement Striping - Central, 2016-2017 OPERATING A-5 
0073K Statewide Pavement Striping - South, 2016-2017 OPERATING A-6 
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0073J Statewide Pavement Striping Eastbay 17-18 OPERATING A-15 
0025P Statewide Road Diet 2017 TRAFFIC A-20 
0072K Traffic Signal Optimization, C-2 TRAFFIC A-9 
0072) Traffic Signal Optimization, C-3, 2016 TRAFFIC A-20 
TIVERTON 
O086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-2 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
WARREN 
0013U Bridge Group 15A - East Bay BRIDGE A-21 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-44 
0071P Metacom Avenue - HSIP TRAFFIC A-30 
0162D SRTS - C-4 (Wrn) TRAFFIC A-45 
WARWICK 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0113U Airport Connector & Route 2 Bridges (53C & 81B) BRIDGE A-1 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-34 
0014D Bridge Group 59B - Centerville Rd BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0091K Coronado Road Pedestrian Enhancements TRAFFIC A-8 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-43 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) BRIDGE A-12 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) PAVEMENT A-16 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 14 TRAFFIC A-30 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-43 
0156C South County Freeway Bridge No. 686 (52A) BRIDGE A-3 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
OO80E STC Misc Improvements 2018 TRAFFIC A-39 
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0071T Warwick - HSIP TRAFFIC A-10 
WEST GREENWICH 

2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0143A Bridge Group 57K - Big River BRIDGE A-23 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-43 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0168C Victory Highway Bridge No. 589 (71) BRIDGE A-14 
WEST WARWICK 

0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-42 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-44 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
WESTERLY 

2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-29 
0081) Rt 78 (Rt 1 - Conn S/L) PAVEMENT A-38 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
WOONSOCKET 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0021U Blackstone Bikeway 8C TAP/OTHER A-18 
0021S Blackstone River Bikeway - 8B-1 TAP/OTHER A-28 
0153T Diamond Hill Road Improvements at Mendon Road TRAFFIC A-19 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-39 


